STV 


December 22, 2010 


Secretary Ian A. Bowles 

Executive Office of Environmental Affairs 
Attn: MEPA Office 

100 Cambridge Street, Suite 900 

Boston, MA 02114 


Subject: Environmental Notification Form (ENF) - Massachusetts Bay Transportation Authority 
- New Intermodal Center at Hingham Shipyard, Hingham, Massachusetts 


Dear Secretary Bowles: 


On behalf of the Massachusetts Bay Transportation Authority (MBTA), STV Incorporated is pleased to 
submit the enclosed Environmental Notification Form (ENF) in accordance with the Massachusetts 
Environmental Policy Act for construction of a new Intermodal Center at the Hingham Shipyard in 
Hingham, Massachusetts. 


The Hingham Shipyard site is owned by the Department of Conservation and Recreation (DCR). The site 
is used by the MBTA for year-round commuter boat services to Boston and DCR for ferries to the Boston 
Harbor Islands. The MBTA proposes to design and construct a new Intermodal Center at the Hingham 
Shipyard site and relocate the office personal and facilities in the existing outdated building (Building 45) 
located at the site. The Intermodal Center will include a new multi-level building approximately 8,400 
square feet in size to be located west of Building 45 on an area that is comprised of paved access drive, 
concrete, walkways, and small grassed areas. The new building will include new ferry and bus terminal 
facilities and office space. The new Intermodal Center will result in improved transit support services for 
MBTA and DCR customers. Building 45 will continue to be used for boat maintenance activities. 


An EMF filing is required as the Project involves a land transfer. The DCR will grant a lease to the 
MBTA for use of the land, and the MBTA will own the new Intermodal Center, 


Enclosed please find an original and one copy of the ENF, as well as a copy of the first four pages 
(including project description). Copies of the ENF have also been distributed to the Agencies in 
accordance with 301 CMR 11.16 (2). 


Please do not hesitate to contact me at 617.303.1115 with any questions you may have about this filing 
or the project. 


Sincerely, 


Kristine Gorman 
Project Manager 


cc: ENF Distribution List 
Andrew Brennan, MBTA 
Holly Palmgren, MBTA 


32) SUMMER STREET, 7™ FLOOR 
AN EMPLOYEE-OWNED COMPANY PROVIDING QUALITY SERVICE SINCE 1912 BOSTON, MASSACHUSETTS 02210-1725 
(617) 482-7298 FAX: (617) 482-|837 
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Commonwealth of Massachusetts For Office Use Only 


Executive Office of Energy & Environmental Affairs 


Executive Office of Energy and Environmental Affairs 
= MEPA Office EEA No.: 


- Ni Environmental 
Notification Form 


The information requested on this form must be completed to begin MEPA Review in accordance with 
the provisions of the Massachusetts Environmental Policy Act, 301 CMR 11.00. 





Project Name: New Intermodal Center at Hingham Shipyard 


Street: 26 Shipyard Drive (349 Lincoln Street - mailing address) 

Municipality: Hingham Watershed: Weymouth Back River 
Universal Tranverse Mercator Coordinates: | Latitude: 42° 15'11.16"'N 

Northing/Y: 4679676 Easting/X: 341643.3 Longitude: 70° 55' 10.95" W 

Estimated commencement date: 2010 Estimated completion date: 2012 
Approximate cost: $4,500,000.00 Status of project design: 90% complete 


Proponent: Massachusetts Bay Transportation Authority (MBTA) 
Street: Ten Park Plaza 
Municipality: Boston State: MA Zip Code: 02116 


Name of Contact Person From Whom Copies of this ENF May Be Obtained: 
Andrew D. Brennan 


Firm/Agency: MBTA Street: 10 Park Plaza, Room 6720 
Municipality: Boston State: MA Zip Code: 02116 
Phone: 617-222-3126 Fax: 617-222-1557 


Does this project meet or exceed a mandatory EIR threshold (see 301 CMR 11.03)? 
LlYes XXINo 





Has this project been filed with MEPA before? 
L]Yes (EOEA No. ) DX]No 
Has any project on this site been filed with MEPA before? 
Yes (EOEA No._ 10496 (MBTA L]JNo 
Commuter Boat Terminal) and 11735 
(Hingham Shipyard Redevelopment 


Project) 
Is this an Expanded ENF (see 301 CMR 11.05(7)) requesting: 
a Single EIR? (see 301 CMR 11.06(8)) L]Yes XXINo 
a Special Review Procedure? (see 301CMR 11.09) L]Yes XXINo 
a Waiver of mandatory EIR? (see 301 CMR 11.11) L]Yes XXINo 
a Phase | Waiver? (see 301 CMR 11.11) L]Yes XINo 


Identify any financial assistance or land transfer from an agency of the Commonwealth, including the agency 
name and the amount of funding or land area (in acres): 


The Federal Transit Administration will fund 80% of the cost of the Project with the MBTA funding the 
remaining 20%. The Project involves a land transfer, as the Intermodal Center will be built on land 
owned by the Department of Conservation and Recreation (DCR) who will grant a 99 year lease to 
the MBTA for use of the land. The MBTA will own the new Intermodal Center. 


2009-478 Comment period is limited. For information call 617-626-1020 


Are you requesting coordinated review with any other federal, state, regional, or local agency? 


[ ]Yes(Specify ) KINo 
List Local or Federal Permits and Approvals: 





e National Environmental Policy Act (NEPA), Categorical Exclusion Determination (issued by U.S. 
Department of Transportation, Federal Transit Administration on 6/23/2009) 

e Massachusetts Coastal Zone Management Federal Consistency Review 

e NPDES General Permit for Dewatering Activity Discharges in Massachusetts (MAGO70000) 

e Hingham Conservation Commission Wetlands Protection Act Order of Conditions 


Which ENF or EIR review threshold(s) does the project meet or exceed (see 301 CMR 11.03): 


Dx] Land L_] Rare Species L_] Wetlands, Waterways, & Tidelands 

L_] Water |_] Wastewater _] Transportation 

L_] Energy C1 Air C] Solid & Hazardous Waste 

[_] ACEC [_] Regulations L] Historical & Archaeological 
Resources 


Summary of Project Size Change Total State Permits & 
& Environmental Impacts Approvals 
LAND XX] Order of Conditions 
Total site acreage | 8 L Superseding Order'ot 
Conditions 
New acres of land altered is 265% = (] Chapter 91 License 
: : L_] 401 Water Quality 
Certification 


Square feet of new bordering [] MHD or MDG Access 
vegetated wetlands alteration Permit 

Square feet of new other wetland L_] Water Management 
alteration Act Permit 


[_] New Source Approval 
Acres of new non-water [] DEP or MWRA 


dependent use of tidelands or Sawer ‘Connections 
waterways Extension Permit 
STRUCTURES [x] Other Permits 


Gross square footage 24,542 8,400 32,942 Be i centre 


TRANSPORTATION 


Underground Injection Control 
Vehicle trips per day (UIC) Registration, Closed- 


; Loop Ground Source Heat 
Parking spaces 


WATER/WASTEWATER 


Gallons/day (GPD) of water use <12,337 <12,337 
GPD water withdrawal > aa 


Bee ‘wastewater generation/ io587 yerre 
Length of water/sewer mains al Lo 4 


(in miles) 
“Includes 50 spaces on Project site and 1,841 parking spaces on MBTA commuter lot located directly south of 
Project site. 
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CONSERVATION LAND: Will the project involve the conversion of public parkland or other Article 97 public natural 
resources to any purpose not in accordance with Article 97? 


Yes (Specify: DCR-owned parcel in Hingham Shipyard area) [_|No 


Will it involve the release of any conservation restriction, preservation restriction, agricultural preservation 
restriction, or watershed preservation restriction? 


L]Yes (Specify ) XXINo 





RARE SPECIES: Does the project site include Estimated Habitat of Rare Species, Vernal Pools, Priority Sites of 
Rare Species, or Exemplary Natural Communities? 
L]Yes (Specify ) XXINo 


HISTORICAL /ARCHAEOLOGICAL RESOURCES: Does the project site include any structure, site or district listed 

in the State Register of Historic Place or the inventory of Historic and Archaeological Assets of the Commonwealth? 
L]Yes (Specify ) XINo 

If yes, does the project involve any demolition or destruction of any listed or inventoried historic or 

archaeological resources? 


L]Yes (Specify ) KXINo 











AREAS OF CRITICAL ENVIRONMENTAL CONCERN: Is the project in or adjacent to an Area of Critical 
Environmental Concern? 
L Yes (Specify ) XXINo 


PROJECT DESCRIPTION: The project description should include (a) a description of the project site, (b) a 
description of both on-site and off-site alternatives and the impacts associated with each alternative, and (c) 
potential on-site and off-site mitigation measures for each alternative (You may attach one additional page, if 
necessary.) 





The Hingham Shipyard site is comprised of approximately 3 acres and is owned by the Department of 
Conservation and Recreation (DCR). The site is comprised of two buildings (Building 45, which is the main 
building and Building 44), a parking area, paved and landscaped areas, and two piers. The site is currently 
used by the MBTA for year-round commuter boat services to Rowes Wharf in Boston and by the DCR for ferries 
to the Boston Harbor Islands during the summer months. Building 45 also houses other DCR departmental 
staff and the Massachusetts Environmental Police. Figure 1 provides a site location map on a USGS 
topographical map, Figure 2 provides an aerial photograph of the site and vicinity, and Figure 3 provides an 
existing conditions plan. Hewitts Cove and Weymouth Back River are located immediately north of the 
property; a large MBTA parking lot, which serves the MBTA commuter boat patrons, is located to the south; 
residential development is located to the east; and commercial development is located to the west. 


The MBTA proposes to design and construct a new Intermodal Center at the Shipyard site and relocate the 
office personnel and facilities in the existing outdated building (Building 45) currently located on the site. The 
Intermodal Center will include a new multilevel building approximately 8,400 square feet (ft?) in size to be 
located to the west of Building 45 on an area that is currently comprised of a paved access drive, walkways, a 
concrete pad and small grassed areas. Figure 4 provides the site plan layout. 


This Project includes a transit center facility consisting of new ferry and bus terminal facilities and office space. 
A terminal for the MBTA Commuter Boat, MBTA Bus, and DCR Boston Harbor Island services will occupy part 
of the ground floor of the new building. This area will include the public waiting area, ticket office, rest rooms, 
and office space for the MBTA ferry boat contractor. The remainder of the ground floor will be occupied by the 
Hingham Harbor Master and the Environmental Police. The second floor allocates space for the MBTA and 
DCR. A breakdown of the projected use is provided below: 





Space Staff Area 
MBTA Commuter Boat 4 4,579 ft 
Hingham Harbor Master 3 412 ft* 
Environmental Police 4 459 ft? 
DCR Boston Harbor Islands 28 1,444 ft* 
Shared Facilities 2 1,506 ft* 
Gross Area Totals 41 8,400 ft” 
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Site work around the facility will be designed to facilitate informal gathering and passive recreation and to 
improve MBTA bus stop facilities and pedestrian circulation. No new additional parking is proposed as part of 
the Project. The MBTA currently operates an 1800+ space parking lot across the street for its passengers, 
which is sufficient to meet the parking demand. 


Building 45 will continue to be used for boat maintenance activities and storage. 


The Intermodal Center is a component of an overall initiative to revitalize the Hingham Shipyard into a well 
planned mixed-used development that is currently under construction. The development consists of a variety of 
retail, service, residential, marina, and office uses. The Intermodal Center is an important feature of the 
redevelopment project. The Intermodal Center location has a prominent position within the Shipyard master 
plan, being roughly located at the center of the development’s water front, and at the “top” of the large open 
MBTA parking area that occupies the core of the property. This location acts as a hinge between the 
commercial/marina development to the west and the residential development to the east. 


While the Intermodal Center Project has a strong connection to and is critical to the successful design of the 
Hingham Shipyard Transit Oriented Development (TOD) project, the Intermodal Center is separate from the 
overall development project, has significant transit access benefits irrespective of the TOD project, and has 
independent utility from the TOD project. The Intermodal Center will result in improved transit support services 
for MBTA and DCR customers and will result in overall improved transit access regardless of the development 
project. 


Design and permitting of the Project will occur over a 22 month period, followed by a 6 month bid phase period, 
and an approximate 13 month construction period. The Project is anticipated to be completed in 2012. 


Leadership in Energy and Environmental Design (LEED) features being implemented for the Project include 
bicycle storage and changing rooms, storage and collection of recyclables to reduce waste generated by 
building occupants, construction waste management to reduce the amount of waste generated for landfill from 
new construction, use of regional materials where possible that are extracted and manufactured within a 500 
mile radius of the Project, and use of rapidly renewable materials to reduce the use and depletion of finite raw 
materials. A green roof and closed-loop geothermal heat exchange system to supplement the heating and 
cooling requirements of the new structure are also proposed. Attachment 1 provides additional information on 
the LEED design features for the Project. 


Alternatives 


Rehabilitation of the existing Building 45 with all the required amenities (like vertical transportation, handicap 
accessibility, adequate indoor waiting areas, etc.) was found to be cost prohibitive. 


No feasible and substantially equivalent alternative site exists, due to the required waterfront and docking 
location for MBTA commuter boat and DCR ferry access, the need for public access and adequate parking 
facilities, and the multiple state agencies that need to be served by the proposed facility. Relocating the 
facilities to another waterfront/dock location would require acquiring and/or building another facility along the 
waterfront to meet the requirements for public access, acquiring and constructing a commuter parking lot, 
altering the existing ferry vessel routes, altering an existing bus route, and ultimately resulting in the overall loss 
of a key, highly visible location within the Hingham Shipyard TOD project. Acquisition of an alternative site and 
implementation of these alternative transportation facility components would result in unnecessary and likely 
excessive costs to the Commonwealth and potential environmental impacts that would be greater for a 
greenfield site and potentially greater for another redevelopment site. 


Please see Section IID of the Land Section of this ENF for a specific description of the required Article 97 Land 
Disposition. 
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LAND SECTION - all proponents must fill out this section 


|. Thresholds / Permits 


2009-478 


A. Does the project meet or exceed any review thresholds related to land (see 301 CMR 11.03(1) 
X__ Yes __ No; if yes, specify each threshold: 


Impacts and Permits 
A. Describe, in acres, the current and proposed character of the project site, as follows: 




















Existing Change Total 
Footprint of buildings 0.39 +0.12 0.51 
Roadways, parking, and other paved areas) 2.21 -0.07 2.14 
Other altered areas (describe)* 0.45 -0.05 0.40 
Undeveloped areas N/A N/A N/A 








* Other altered areas include landscaping. This acreage does not include the green roof on the 
building (0.12 acres), which is included in “Footprint of buildings”. 


B. Has any part of the project site been in active agricultural use in the last three years? 
___ Yes _X_ No; if yes, how many acres of land in agricultural use (with agricultural soils) will be 
converted to nonagricultural use? 


C. ls any part of the project site currently or proposed to be in active forestry use? 
___ Yes _X_No; if yes, please describe current and proposed forestry activities and indicate whether any 
part of the site is the subject of a DEM-approved forest management plan: 


D. Does any part of the project involve conversion of land held for natural resources purposes in 
accordance with Article 97 of the Amendments to the Constitution of the Commonwealth to any purpose 
not in accordance with Article 97? X Yes ___ No; if yes, describe: 


The land area currently proposed for the new Intermodal Center (approximately 0.5 acres of the 
3-acre Total Site) is owned by the DCR who will grant a 99-year lease to the MBTA for the right 
to access the land. 


The Executive Office of Energy and Environmental Affairs (EEA) issued a Land Disposition 
Policy (February 19, 1998) to protect, preserve, and enhance all open space areas covered by 
Article 97. The Project’s consistency with the EEA Land Disposition Policy’s six conditions for 
exceptions is summarized below. 


1. All other options to avoid the Article 97 disposition have been explored and no feasible and 
substantially equivalent alternatives exist (monetary considerations notwithstanding). 


No feasible and substantially equivalent alternative exists that will avoid using the Article 97 
land, due to the required waterfront and docking location for MBTA commuter boat and DCR 
ferry access, the need for public access and adequate parking facilities, and the multiple 
state agencies that need to be served by the proposed facility. 


2. The disposition of the subject parcel and its proposed use do not destroy or threaten a 
unique or Significant resource (e.g., significant habitat, rare or unusual terrain, or areas of 
significant public recreation), as determined by EOEA and its agencies. 


Neither significant habitat, nor rare or unusual terrains in terms of natural resources are 
present at the proposed Project site. The site is completely developed, consisting of 
pavement, concrete, and some small grassed areas. There are no sites that are listed or 
eligible for listing on the State or National Register of Historic Places in the Project area. 


3. As part of the disposition, real estate of equal or greater fair market value or value in use of 
proposed use, whichever is greater, and significantly greater resource value as determined 
by EOEA and its agencies, are granted to the disposing agency or its designee, so that the 
mission and legal mandate of EOEA and its agencies and the constitutional rights of the 
citizens of Massachusetts are protected and enhanced. 
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The MBTA, DCR, and Division of Capital Asset Management (DCAM) have worked together 
to develop a proposal in which the MBTA shall own the newly built Intermodal Center and 
will be granted a 99-year land lease by DCR for the right to access the land. As part of the 
Project, the MBTA will provide DCR with office space, a conference room, library, and other 
shared use facilities for the agencies (e.g, DCR Boston Harbor Islands staff, the 
Environmental Police) that currently occupy Building 45 and the Hingham Harbor Master. 
These new facilities will protect and enhance the DCR’s ability to carry out its core mission 
within the Boston Harbor area. 


4. The minimum acreage necessary for the proposed use is proposed for disposition and, to 
the maximum extent possible, the resources of the parcel proposed for disposition continue 
to be protected. 


The MBTA has developed the proposed Project with a design to utilize the minimal acreage 
necessary while at the same time providing an efficient program that incorporates shared 
elements for existing transportation facilities and improves utilization of the waterfront by the 
general public. 


5. The disposition serves an Article 97 purpose or another public purpose without detracting 
from the mission, plans, policies and mandates of EOEA and its appropriate department or 
division. 


The new Intermodal Center will significantly enhance the use of the existing DCR parcel by 
providing improved services and facilities for people using the Boston Harbor Islands and 
the Boston Harbor itself. The new Intermodal Center will provide customers for the DCR 
ferry service as well as the MBTA commuter service with improved ticket sales offices; 
improved accessible, secure, and safe waiting areas; new information systems; and other 
improved amenities. Additionally, improved office space for the staff and vendors providing 
these services will also be provided. 


6. The disposition of a parcel is not contrary to the express wishes of the person(s) who 
donated or sold the parcel or interests therein to the Commonwealth. 


The use of the land for an Intermodal Center is not contrary to the Commonwealth’s intent 
when it acquired the Hingham Shipyard parcels. By acquiring these parcels, the 
Commonwealth sought to expand access to the Boston Harbor and the Boston Harbor 
Islands. The Intermodal Center is completely consistent with this goal. 


E. ls any part of the project site currently subject to a conservation restriction, preservation restriction, 
agricultural preservation restriction or watershed preservation restriction? ___ Yes _X_No; if yes, does 
the project involve the release or modification of such restriction? _ Yes No; if yes, describe: 


F. Does the project require approval of a new urban redevelopment project or a fundamental change in an 
existing urban redevelopment project under M.G.L.c.121A? _ Yes _X_No; if yes, describe: 


G. Does the project require approval of a new urban renewal plan or a major modification of an existing 
urban renewal plan under M.G.L.c.121B? Yes ____-—~XNo _X_; if yes, describe: 


H. Describe the project's stormwater impacts and, if applicable, measures that the project will take to 
comply with the standards found in DEP's Stormwater Management Policy: 


The stormwater management system will conform to the requirements of the DEP’s Stormwater 
Management Policy as applicable to a redevelopment site. Through use of pervious landscape 
features and a green roof, the Project will minimize any potential impacts to water quality that 
could be associated with stormwater runoff from the site. A closed drainage system with deep- 
sump catch basins will be used to collect and convey runoff to the site’s existing outfall and will 
also serve as an overflow for the proposed green roof. 


I. Is the project site currently being regulated under M.G.L.c.21E or the Massachusetts 
Contingency Plan? Yes ___ No _X_;if yes, what is the Release Tracking Number (RTN)? 


J. If the project is site is within the Chicopee or Nashua watershed, is it within the Quabbin, Ware, or 
Wachusett subwatershed? __ Yes _X_No; if yes, is the project site subject to regulation under the 
Watershed Protection Act? -—~>Yes ___ No 


K. Describe the project's other impacts on land: 


None. The Project area (i.e., former Hingham Shipyard) is land that is undergoing 
redevelopment. 


lll. Consistency 


A. Identify the current municipal comprehensive land use plan and the open space plan and describe the 
consistency of the project and its impacts with that plan(s): 


The current Master Plan for the Town of Hingham was completed in 2001 and includes 
guidance for decision-making for future development in Hingham including land use, open 
space, and transportation. The Master Plan’s goals include guiding future redevelopment and 
land use development that is in a manner consistent with the Town of Hingham’s needs and the 
best interests of its citizens. Consistency of the Project with the Master Plan for the Town of 
Hingham includes increasing public access and use of existing open space areas in Hingham 
such as the waterfront areas and promoting the intermodal use of public transportation to 
access commuter boat facilities. 


B. Identify the current Regional Policy Plan of the applicable Regional Planning Agency and describe the 
consistency of the project and its impacts with that plan: 


The Metropolitan Area Planning Council is the regional planning agency representing the Town 
of Hingham. In 2002, the agency launched MetroFuture: Making a Greater Boston Region, a 
collaborative approach to develop a regional plan that addresses the challenges and 
opportunities for the future. The Project is consistent with MetroFuture Strategy 12 — Expand 
Coordinated Transportation. The new Intermodal Center integrates land use and transportation 
planning, prioritizes transit and transportation alternatives, and increases transportation agency 
capacity to design and construct high-quality projects. 


C. Will the project require any approvals under the local zoning by-law or ordinance (i.e. text or map 
amendment, special permit, or variance)? Yes__~No _X_;; if yes, describe: 


D. Will the project require local site plan or project impact review? 
___Yes _X_No; if yes, describe: 


RARE SPECIES SECTION 


|. Thresholds / Permits 
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A. Will the project meet or exceed any review thresholds related to rare species or habitat (see 301 CMR 
11.03(2))? | Yes _X_No; if yes, specify, in quantitative terms: 


B. Does the project require any state permits related to rare species or habitat? _ | Yes _X_No 
C. If you answered "No" to both questions A and B, proceed to the Wetlands, Waterways, and Tidelands 


Section. If you answered "Yes" to either question A or question B, fill out the remainder of the Rare 
Species section below. 


. Impacts and Permits 


A. Does the project site fall within Priority or Estimated Habitat in the current Massachusetts Natural 
Heritage Atlas (attach relevant page)? Yes No. If yes, 


1. Which rare species are known to occur within the Priority or Estimated Habitat (contact: 


7 


Environmental Review, Natural Heritage and Endangered Species Program, Route 135, 
Westborough, MA 01581, allowing 30 days for receipt of information): 

2. Have you surveyed the site for rare species? __ Yes __No; if yes, please include the results 
of your survey. 

3. If your project is within Estimated Habitat, have you filed a Notice of Intent or received an Order 


of Conditions for this project? ___ Yes__No; if yes, did you send a copy of the Notice of Intent to 
the Natural Heritage and Endangered Species Program, in accordance with the Wetlands 
Protection Act regulations? _ Yes___—No 


B. Will the project "take" an endangered, threatened, and/or species of special concern in accordance with 
M.G.L. c.131A (see also 321 CMR 10.04)? _ Yes___No; if yes, describe: 


C. Will the project alter "significant habitat" as designated by the Massachusetts Division of Fisheries and 
Wildlife in accordance with M.G.L. c.131A (see also 321 CMR 10.30)? _ Yes___No; if yes, describe: 


D. Describe the project's other impacts on rare species including indirect impacts (for example, stormwater 
runoff into a wetland known to contain rare species or lighting impacts on rare moth habitat): 


WETLANDS, WATERWAYS, AND TIDELANDS SECTION 


|. Thresholds / Permits 


A. Will the project meet or exceed any review thresholds related to wetlands, waterways, and tidelands 
(see 301 CMR 11.03(3))? __ Yes _X_ No; if yes, specify, in quantitative terms: 


B. Does the project require any state permits (or a local Order of Conditions) related to wetlands, 
waterways, or tidelands? _X Yes ___ No; if yes, specify which permit: 


The Project will require an Order of Conditions from the Hingham Conservation Commission. 
C. If you answered "No" to both questions A and B, proceed to the Water Supply Section. If you 


answered "Yes" to either question A or question B, fill out the remainder of the Wetlands, Waterways, and 
Tidelands Section below. 


. Wetlands Impacts and Permits 


A. Describe any wetland resource areas currently existing on the project site and indicate them on the 
site plan: 


The Project site is adjacent to the Weymouth Back River, a tidal river which forms the boundary 
between Hingham and Weymouth. According to a Department of Environmental Protection 
Superseding Order of Resource Area Delineation (SORAD) dated September 13, 2000, the land on 
which the Project site is located contains state jurisdictional Land Subject to Coastal Storm Flowage 
(310 CMR 10.04), Riverfront Area (310 CMR 10.58), Coastal Bank (310 CMR 10.30), and the 100- 
foot buffer to Coastal Bank. The docks that extend out over the water and a DCR boat ramp contain 
Land Under the Ocean (301 CMR 10.25) (the Weymouth Back River itself). There are no planned 
activities within the Weymouth Back River or the Coastal Bank. For work within the Riverfront Area, 
Land Subject to Coastal Storm Flowage, and buffer zone of Coastal Bank, a Notice of Intent has 
been filed with the Hingham Conservation Commission. Figure 3 shows the delineation of the 
resource areas. 


B. Estimate the extent and type of impact that the project will have on wetland resources, and indicate 
whether the impacts are temporary or permanent: 


Coastal Wetlands Area (in square feet) or Length (in linear feet) 
Land Under the Ocean 


Designated Port Areas 
Coastal Beaches 
Coastal Dunes 

Barrier Beaches 
Coastal Banks 
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Rocky Intertidal Shores 

Salt Marshes 

Land Under Salt Ponds 

Land Containing Shellfish 

Fish Runs 

Land Subject to Coastal Storm Flowage 6,552 square feet (permanent) 


Inland Wetlands 

Bank 

Bordering Vegetated Wetlands 
Land under Water 

Isolated Land Subject to Flooding 
Bordering Land Subject to Flooding 


Riverfront Area 3,816 square feet (permanent) 


C. Is any part of the project 
1. alimited project? _ Yes _X__No 
2. the construction or alteration of adam? _—_ Yes _X_No; if yes, describe: 
3. fill or structure in a velocity zone or regulatory floodway? ___ Yes _X__No 
4. dredging or disposal of dredged material? ___ Yes _X__No; if yes, describe the volume of 
dredged material and the proposed disposal site: 
5. a discharge to Outstanding Resource Waters? _X Yes __ No 


Stormwater discharge through an existing outfall and potentially temporary construction 
dewatering discharge water. The discharge is to the Weymouth Back River, which is an 
Outstanding Resource Water (ORW). 


6. subject to a wetlands restriction order? ___ Yes _X__ No; if yes, identify the area (in square 
feet): 


D. Does the project require a new or amended Order of Conditions under the Wetlands Protection Act 
(M.G.L. ¢.131A)? _X Yes ___ No; if yes, has a Notice of Intent been filed or a local Order of Conditions 
issued? X Yes __ No; if yes, list the date and DEP file number: 9/13/10 DEP File No.: SE 034-1047. Was 
the Order of Conditions appealed? _— Yes _X_ No. Will the project require a variance from the 
Wetlands regulations?___ Yes _X__No. 


E. Will the project: 
1. be subject to a local wetlands ordinance or bylaw? _ | Yes _X_ No 


2. alter any federally-protected wetlands not regulated under state or local law? 
___ Yes _X__No; if yes, what is the area (in s.f.)? 





F. Describe the project's other impacts on wetlands (including new shading of wetland areas or removal of 
tree canopy from forested wetlands): 


Other impacts on wetlands are not anticipated. 


Waterways and Tidelands Impacts and Permits 

A. ls any part of the project site waterways or tidelands (including filled former tidelands) that are subject to 
the Waterways Act, M.G.L.c.91? _ Yes _X_ No; if yes, is there a current Chapter 91 license or permit 
affecting the project site? _ Yes ___ No; if yes, list the date and number: 


Attachment 2 provides a technical memorandum documenting that the Project is not subject to MGL 


Chapter 91. 
B. Does the project require a new or modified license under M.G.L.c.91? __ Yes _X_ No; if yes, how 
many acres of the project site subject to M.G.L.c.91 will be for non-water dependent use? 

Current _— Change ___ Total 


C. Is any part of the project 
1. a roadway, bridge, or utility line to or on a barrierbeach? __ Yes _X_ No; if yes, describe: 
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2. dredging or disposal of dredged material? __ | Yes _X__ No; if yes, volume of dredged material 


3. a solid fill, pile-supported, or bottom-anchored structure in flowed tidelands or other waterways? 
____ Yes _X_ No; if yes, what is the base area? 
4. within a Designated Port Area? _ Yes _X_No 


D. Describe the project's other impacts on waterways and tidelands: 


The Project does not involve any work over or within the water, and the Project is not located 
on filled tidelands. The Project is not subject to Chapter 91 jurisdiction. 


IV. Consistency: 
A. ls the project located within the Coastal Zone? _X_ Yes ___ No; if yes, describe the project's 


consistency with policies of the Office of Coastal Zone Management: 


The Project will be constructed and operated in a manner consistent with Coastal Zone 
Management (CZM) Policies and Management Principles [(301 CMR 21.98 — Policy Appendix — 
Program Policies (1997 Revision)]. Summary information relating to the policies that pertain to 
the new Intermodal Center is presented below. 


Water Quality — The proposed Project’s stormwater management system will be designed in 
accordance with the DEP Stormwater Management Policy as implemented through the 
Massachusetts Wetlands Protection Act. 


Habitat — The proposed Project will not further degrade wetland resources, including coastal or 
marine habitats. 


Coastal Hazards — The Project site is situated in a previously developed upland area and will 
not affect natural coastal features such as dunes, beaches, barrier beaches, coastal banks, salt 
marshes, or land under the ocean which provide beneficial functions of storm damage 
prevention and flood control. According to the current FEMA mapping (effective date June 3, 
1986), the Project site is located within a designated 100-year floodplain, but is not located 
within a velocity zone. Draft/preliminary floodplain mapping (dated May 28, 2008), which is 
under review by FEMA, indicates a small portion of the site may be located within a velocity 
zone (i.e., subject to wave action). The site is not located in an Area of Critical Environmental 
Concern or Coastal Barrier Resource Unit. 


In accordance with good engineering practice, the proposed structure will be flood proofed to a 
minimum elevation that is 1.0 foot above the 100-year flood elevation. Major flooding events 
along the Hingham coastline result from wind driven storm surge which causes water to pile up 
along the Massachusetts Bay shoreline. Under these conditions, the presence or absence of 
structures within the coastal floodplain has no impact on either flood depths or flood 
velocities. Areas lower in elevation than the combined tidal and storm surge elevation become 
inundated, and areas higher in elevation are not flooded. Since storm surge represents the 
source of flood waters, available storage capacity afforded by the floodplain becomes 
inconsequential. The Project will not adversely impact flood depths or velocities at surrounding 
parcels. No in-water work is proposed; thus, the Project will not adversely affect existing water 
circulation patterns or sediment transport within the Weymouth Back River. The proposed 
Project will not exacerbate existing hazards or damage natural buffers or other natural 
resources. 


Port and Harbor Infrastructure — The Project will contribute to the redevelopment of an urban 
waterfront. 


Public Access — The overall vision of the Project is to design and construct a new structure and 
reconfigured site that will meet functional requirements of all of the state and municipal 
government entities that currently or are scheduled to operate at this location. The new 
Intermodal Center will result in improved transit support services for the MBTA customers as 
well as customers to the DCR Harbor Islands. Public pedestrian access to the waterfront will be 
maintained as a result of the Project. 
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Growth Management — The new Intermodal Center is an important element of an overall 
initiative to revitalize the Hingham Shipyard area into a well planned, mixed-use development 
and develop an efficient program that incorporates shared elements for existing transportation 
facilities and improve utilization of the waterfront by the general public. 


A CZM consistency statement and an evaluation of CZM policies will be submitted to the Office of 
Coastal Zone Management. 


B. Is the project located within an area subject to a Municipal Harbor Plan? _ = Yes _X_ No; if yes, 
identify the Municipal Harbor Plan and describe the project's consistency with that plan: 


WATER SUPPLY SECTION 


1. Thresholds / Permits 


2009-478 


A. Will the project meet or exceed any review thresholds related to water supply (see 301 CMR 


11.03(4))? _ Yes _X_ No; if yes, specify, in quantitative terms: 
B. Does the project require any state permits related to water supply? _ | Yes _X_No; if yes, specify 
which permit: 


The potable water requirements for the DCR parcel are not anticipated to change from existing 
conditions. The closed-loop geothermal well will be registered pursuant to DEP’s UIC 
Registration requirements for Closed-Loop Ground Source Heat Pump Wells and will be 
constructed and operated in conformance with DEP‘s Guidelines for Ground Source Heat 
Pump Wells, dated August 2010. Ground water or potable water supply is not used in this 
system. 


C. If you answered "No" to both questions A and B, proceed to the Wastewater Section. If you answered 
"Yes" to either question A or question B, fill out the remainder of the Water Supply Section below. 


. Impacts and Permits 


A. Describe, in gallons/day, the volume and source of water use for existing and proposed activities at the 
project site: 
Existing Change Total 


Withdrawal from groundwater 
Withdrawal from surface water 
Interbasin transfer 

Municipal or regional water supply 


B. If the source is a municipal or regional supply, has the municipality or region indicated that there 
is adequate capacity in the system to accommodate the project?___—~Yes ___-No 


C. If the project involves a new or expanded withdrawal from a groundwater or surface water source, 
1. have you submitted a permit application? _ Yes ___ No;if yes, attach the application 
2. have you conducted a pump test? ___ Yes __ No; if yes, attach the pump test report 


D. What is the currently permitted withdrawal at the proposed water supply source (in gallons/day)? 
Will the project require an increase in that withdrawal? _ Yes ___ No 


E. Does the project site currently contain a water supply well, a drinking water treatment facility, water 
main, or other water supply facility, or will the project involve construction of a new facility? 


___ Yes __No. If yes, describe existing and proposed water supply facilities at the project site: 
Existing Change Total 


Water supply well(s) (capacity, in gpd) 
Drinking water treatment plant (capacity, in gpd) 
Water mains (length, in miles) 
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F. If the project involves any interbasin transfer of water, which basins are involved, what is the direction of 
the transfer, and is the interbasin transfer existing or proposed? 


G. Does the project involve 


1. new water service by a state agency to a municipality or water district? _. Yes ___ No 

2. a Watershed Protection Act variance? __ Yes ____ No; if yes, how many acres of 
alteration? 

3. anon-bridged stream crossing 1,000 or less feet upstream of a public surface drinking water 
supply for purpose of forest harvesting activities? _ Yes ___ No 


H. Describe the project's other impacts (including indirect impacts) on water resources, quality, facilities 
and services: 


lll. Consistency -- Describe the project's consistency with water conservation plans or other plans to 
enhance water resources, quality, facilities and services: 


WASTEWATER SECTION 


I. Thresholds / Permits 
A. Will the project meet or exceed any review thresholds related to wastewater (see 301 CMR 11.03(5))? 
__Yes _X_No; if yes, specify, in quantitative terms: 


B. Does the project require any state permits related to wastewater? _— Yes _X_No; if yes, specify 
which permit: 


C. If you answered "No" to both questions A and B, proceed to the Transportation -- Traffic Generation 
Section. If you answered "Yes" to either question A or question B, fill out the remainder of the Wastewater 
Section below. 


ll. Impacts and Permits 
A. Describe, in gallons/day, the volume and disposal of wastewater generation for existing and proposed 
activities at the project site (calculate according to 310 CMR 15.00): 


Existing Change Total 
Discharge to groundwater (Title 5) 
Discharge to groundwater (non-Title 5) 
Discharge to outstanding resource water 
Discharge to surface water 
Municipal or regional wastewater facility 


TOTAL 


B. Is there sufficient capacity in the existing collection system to accommodate the project? 
____ Yes ____No; if no, describe where capacity will be found: 

C. Is there sufficient existing capacity at the proposed wastewater disposal facility? ‘Yes No; 
if no, describe how capacity will be increased: 


D. Does the project site currently contain a wastewater treatment facility, sewer main, or other wastewater 
disposal facility, or will the project involve construction of a new facility? __ Yes ____No. 
If yes, describe as follows: 


Existing Change Total 
Wastewater treatment plant (capacity, in gpd) 
Sewer mains (length, in miles) 
Title 5 systems (capacity, in gpd) 


L2009-478 12 


Hil. 
loc 


E. If the project involves any interbasin transfer of wastewater, which basins are involved, what is the 
direction of the transfer, and is the interbasin transfer existing or proposed? 


F. Does the project involve new sewer service by an Agency of the Commonwealth to a municipality or 
sewer district? _ Yes __ No 


G. Is there any current or proposed facility at the project site for the storage, treatment, processing, 
combustion or disposal of sewage sludge, sludge ash, grit, screenings, or other sewage residual materials? 











___ Yes __ No; if yes, what is the capacity (in tons per day): 
Existing Change Total 
Storage 
Treatment, processing 
Combustion 
Disposal 





H. Describe the project's other impacts (including indirect impacts) on wastewater generation and 
treatment facilities: 


Consistency -- Describe measures that the proponent will take to comply with federal, state, regional, and 
al plans and policies related to wastewater management: 


A. lf the project requires a sewer extension permit, is that extension included in a comprehensive 
wastewater management plan? _ Yes __ No; if yes, indicate the EOEA number for the plan and 
describe the relationship of the project to the plan 


TRANSPORTATION -- TRAFFIC GENERATION SECTION 


1. Thresholds / Permits 
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A. Will the project meet or exceed any review thresholds related to traffic generation (see 301 CMR 
11.03(6))? _ Yes _X_ No; if yes, specify, in quantitative terms: 


B. Does the project require any state permits related to state-controlled roadways? = Yes X_ No; 
if yes, specify which permit: 


C. If you answered "No" to both questions A and B, proceed to the Roadways and Other Transportation 
Facilities Section. If you answered "Yes" to either question A or question B, fill out the remainder of the 
Traffic Generation Section below. 


. Traffic Impacts and Permits 


A. Describe existing and proposed vehicular traffic generated by activities at the project site: 
Existing Change Total 

Number of parking spaces 

Number of vehicle trips per day 

ITE Land Use Code(s): 


B. What is the estimated average daily traffic on roadways serving the site? 


Roadway Existing Change Total 


=? 


C. Describe how the project will affect transit, pedestrian and bicycle transportation facilities and services: 
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lll. Consistency -- Describe measures that the proponent will take to comply with municipal, regional, state, 
and federal plans and policies related to traffic, transit, pedestrian and bicycle transportation facilities and 
services: 


ROADWAYS AND OTHER TRANSPORTATION FACILITIES SECTION 


Il. Thresholds 
A. Will the project meet or exceed any review thresholds related to roadways or other transportation 
facilities (see 301 CMR 11.03(6))? _ Yes _X_ No; if yes, specify, in quantitative terms: 


B. Does the project require any state permits related to roadways or other transportation facilities? 
___ Yes _X_ No; if yes, specify which permit: 


C. If you answered "No" to both questions A and B, proceed to the Energy Section. If you answered 
"Yes" to either question A or question B, fill out the remainder of the Roadways Section below. 


ll. Transportation Facility Impacts 
A. Describe existing and proposed transportation facilities at the project site: 


Existing Change Total 
Length (in linear feet) of new or widened roadway 
Width (in feet) of new or widened roadway 
Other transportation facilities: 














B. Will the project involve any 
1. Alteration of bank or terrain (in linear feet)? 
2. Cutting of living public shade trees (number)? 
3. Elimination of stone wall (in linear feet)? 


lll. Consistency -- Describe the project's consistency with other federal, state, regional, and local plans and 
policies related to traffic, transit, pedestrian and bicycle transportation facilities and services, including 
consistency with the applicable regional transportation plan and the Transportation Improvements Plan (TIP), 
the State Bicycle Plan, and the State Pedestrian Plan: 


ENERGY SECTION 
|. Thresholds / Permits 


A. Will the project meet or exceed any review thresholds related to energy (see 301 CMR 11.03(7))? 
____ Yes _X_ No; if yes, specify, in quantitative terms: 


B. Does the project require any state permits related to energy? _ Yes _X_ No; if yes, specify which 
permit: === 


C. If you answered "No" to both questions A and B, proceed to the Air Quality Section. If you answered 
"Yes" to either question A or question B, fill out the remainder of the Energy Section below. 


ll. Impacts and Permits 
A. Describe existing and proposed energy generation and transmission facilities at the project site: 


Existing Change Total 
Capacity of electric generating facility (megawatts) 


Length of fuel line (in miles) 
Length of transmission lines (in miles) 
Capacity of transmission lines (in kilovolts) 
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B. If the project involves construction or expansion of an electric generating facility, what are 


1. the facility's current and proposed fuel source(s)? 
2. the facility's current and proposed cooling source(s)? 


C. If the project involves construction of an electrical transmission line, will it be located on a new, unused, 
or abandoned right of way?__—~Yes ____No; if yes, please describe: 


D. Describe the project's other impacts on energy facilities and services: 


Consistency -- Describe the project's consistency with state, municipal, regional, and federal plans and 


policies for enhancing energy facilities and services: 


AIR QUALITY SECTION 


l. Thresholds 


A. Will the project meet or exceed any review thresholds related to air quality (see 301 CMR 11.03(8))? 
___ Yes _X_ No; if yes, specify, in quantitative terms: 


B. Does the project require any state permits related to air quality? |= Yes _X__No; if yes, specify 
which permit: 


C. If you answered "No" to both questions A and B, proceed to the Solid and Hazardous Waste Section. 
If you answered "Yes" to either question A or question B, fill out the remainder of the Air Quality Section 
below. 


Impacts and Permits 
A. Does the project involve construction or modification of a major stationary source (see 310 CMR 7.00, 


Appendix A)? Yes ____No; if yes, describe existing and proposed emissions (in tons per day) of: 
Existing Change Total 


Particulate matter 

Carbon monoxide 

Sulfur dioxide 

Volatile organic compounds 
Oxides of nitrogen 

Lead 

Any hazardous air pollutant 
Carbon dioxide 


























B. Describe the project's other impacts on air resources and air quality, including noise impacts: 


Consistency 
A. Describe the project's consistency with the State Implementation Plan: 


B. Describe measures that the proponent will take to comply with other federal, state, regional, and local 
plans and policies related to air resources and air quality: 


SOLID AND HAZARDOUS WASTE SECTION 


|. Thresholds / Permits 
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A. Will the project meet or exceed any review thresholds related to solid or hazardous waste (see 301 
CMR 11.03(9))? __ Yes _X_ No; if yes, specify, in quantitative terms: 


B. Does the project require any state permits related to solid and hazardous waste? _—_ Yes _X_ No; 
if yes, specify which permit: 
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C. If you answered "No" to both questions A and B, proceed to the Historical and Archaeological 
Resources Section. If you answered "Yes" to either question A or question B, fill out the remainder of the 
Solid and Hazardous Waste Section below. 


. Impacts and Permits 


A. ls there any current or proposed facility at the project site for the storage, treatment, processing, 











combustion or disposal of solid waste? __—~*Yes ____No; if yes, what is the volume (in tons per day) of the 
capacity: 
Existing Change Total 
Storage 
Treatment, processing 
Combustion 
Disposal 





B. Is there any current or proposed facility at the project site for the storage, recycling, treatment or 











disposal of hazardous waste? ____—~Yes ___No; if yes, what is the volume (in tons or gallons per day) of 
the capacity: 
Existing Change Total 
Storage 
Recycling 
Treatment 
Disposal 





C. If the project will generate solid waste (for example, during demolition or construction), describe 
alternatives considered for re-use, recycling, and disposal: 


D. If the project involves demolition, do any buildings to be demolished contain asbestos? 
__ Yes ___No 


E. Describe the project's other solid and hazardous waste impacts (including indirect impacts): 


Consistency--Describe measures that the proponent will take to comply with the State Solid Waste 


Master Plan: 


HISTORICAL AND ARCHAEOLOGICAL RESOURCES SECTION 


Il. Thresholds / Impacts 
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A. ls any part of the project site a historic structure, or a structure within a historic district, in either case 
listed in the State Register of Historic Places or the Inventory of Historic and Archaeological Assets of the 
Commonwealth? _ Yes _X_ No; if yes, does the project involve the demolition of all or any exterior 
part of such historic structure? ___ Yes ___No; if yes, please describe: 


B. Is any part of the project site an archaeological site listed in the State Register of Historic Places or the 
Inventory of Historic and Archaeological Assets of the Commonwealth? — Yes _X_ No; if yes, does 
the project involve the destruction of all or any part of such archaeological site? _ Yes ____No;if yes, 
please describe: 


Because there are no historic resources in the Project area, the proposed Intermodal Center will 
not directly or indirectly alter or change any element of any site listed on the State or National 
Register of Historic Places. 


There are no archaeological sites in the vicinity of the proposed station, according to MHC 
archaeological base maps. Because of extensive previous ground disturbance associated with 
the area’s industrial history, there is little to no potential for archaeological resources at the site. 


As part of its Section 106 Review, the Federal Transit Administration determined, in a letter 
dated June 23, 2009, that the Project will have No Potential to Effect historic resources. 
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C. if you answered "No" to all parts of both questions A and B, proceed to the Attachments and 
Certifications Sections. If you answered "Yes" to any part of either question A or question B, fill out the 
remainder of the Historical and Archaeological Resources Section below. 


D. Have you consulted with the Massachusetts Historical Commission? ___ Yes ___ No; if yes, attach 
correspondence 


E. Describe and assess the project's other impacts, direct and indirect, on listed or inventoried historical 
and archaeological resources: 


Consistency -- Describe measures that the proponent will take to comply with federal, state, regional, and 


local plans and policies related to preserving historical and archaeological resources: 


ATTACHMENTS: 


us 


h » 


Plan, at an appropriate scale, of existing conditions of the project site and its immediate context, 
showing all known structures, roadways and parking lots, rail rights-of-way, wetlands and water 
bodies, wooded areas, farmland, steep slopes, public open spaces, and major utilities. 

Plan of proposed conditions upon completion of project (if construction of the project is proposed to 
be phased, there should be a site plan showing conditions upon the completion of each phase). 
Original U.S.G.S. map or good quality color copy (8-% x 11 inches or larger) indicating the project 
location and boundaries 

List of all agencies and persons to whom the proponent circulated the ENF, in accordance with 301 
CMR 11.16(2). 

Other: 


CERTIFICATIONS: 


TIF) 
ile 


2. 


The Public Notice of Environmental Review has been/will be published in the following newspapers 
in accordance with 301 CMR 11.15(1): 


Patriot Ledger On or before January 5, 2011 
(Name) (Date) 


This form has been circulated to Agencies and Persons in accordance with 301 CMR 11.16(2). 








/Z- Zo -Z010 f / 

Date Signature of Responsible Officer Date Signaturé of person preparing 

or Proponent EMF (if different from above) 
Name (print or type) Andrew D. Brennan Name (print or type} Kristine C. Gorman 
Firm/Agency MBTA Firm/Agency STV Incorporated 
Street Ten Park Plaza Street 321 Summer Street 
Room 6720 

Municipality/State/Zip Boston, MA 02116 Municipality/State/Zip Boston, MA 02210 
Phone 617-222-3126 Phone 617-303-1115 
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NOTES: PLAN REFERENCES 


VERTICAL DATUM AND CONTOURS ARE BASED ON 
THE NORTH AMERICAN VERTICAL DATUM OF 1988 LC. PLAN NO. T4401 | 
(NAVD88). L.C. PLAN NO. 14401 J 


PLAN NO. 770 OF 1985 





HORIZONTAL DATUM BASED ON THE MASSACHUSETTS 


STATE PLANE COORDINATE SYSTEM. PLAN NO. 306 OF 2006 
ROTATE BEARINGS CLOCKWISE 00°—28’—39” FOR PLAN NO. 605 OF 2004 
LAND COURT PLAN 14401J BEARINGS. PLAN NO. 191 OF 2004 


THE LOCATION OF ALL UNDERGROUND UTILITIES SHOWN ARE 
APPROXIMATE AND ARE BASED UPON A FIELD SURVEY AND 
COMPILATION OF PLANS OF RECORD. THE SURVEYOR DOES 

NOT WARRANTY THE LOCATION OF ALL UTILITIES AS SHOWN. 
THE CONTRACTOR, PRIOR TO COMMENCEMENT OF CONSTRUCTION 
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Attachment 1 
Summary of Leadership in Energy and Design Features 


2009-478 


SUMMARY OF LEADERSHIP IN ENERGY AND DESIGN FEATURES 


Although the project is not going to be certified by the client, the scope of work for the MBTA’s New Intermodal 
Center (Project) calls for a building that is influenced by using Leadership in Energy & Environmental Design (LEED) 
Silver design criteria. Based on the current design and the MBTA's operational plan the building has met and 
exceeded these criteria and is designed as LEED Gold. 


LEED is a third-party building certification system that provides verification that a building was designed and built 
using strategies that incorporate energy savings, water efficiency, carbon dioxide (CO2) emissions reduction, 
improved indoor environmental quality, and governance of resources and sensitivity to their impacts. 


LEED points are awarded ona point based scale and credits are weighted to reflect their potential environmental 
impacts. LEED is a voluntary certification program that can be applied to any building type and any building lifecycle 
phase. It promotes a whole-building approach to sustainability by recognizing performance in the following key areas 
listed in Table 1. 





Table 1. Summary of LEED Criteria and Anticipated Points for Hingham Intermodal Center 






































Credits Total Possible Anticipated Project | To become LEED Certified a 
Points Points project must comply with the 
Sustainable Sites (SS) 26 23 Following minunun of pets 
and minimum prerequisites: 
Water Efficiency (WE) 10 : Certified 40+ 
Silver 50+ 
Energy & Atmosphere (EA) 35 11 Gold 60+ 
Platinum 80+ 
Materials & Resources (MR) 14 5 oe 
Indoor Environmental Quality (EQ) 15 15 
Total 100 61 
Possible Bonus Anticipated Bonus 
Points Points 
Innovation in Design (ID) 6 5 
Regional Priority (RP) 4 1 
Total 110 67 














The Project is following the LEED for New Construction criteria as summarized in Table 1 and explained in more 
detail below: 


Sustainable Sites (SS) 
The Sustainable Sites category discourages development on previously undeveloped land and minimizes a 
building's impact on ecosystems and waterways. 


The Project site is part of a dense, mixed use development that has easy community connectivity and is an 
integral part of the public transportation system. Bicycle storage for patrons and employees is provided. 
Employee changing rooms and showers are also provided. Although no additional parking has been 
created, the MBTA will provide preferred parking for fuel efficient vehicles in the commuter lot located 
directly across the street from the site. The Project maximized open space by installing vegetated roof 


1 





assembly and native vegetation that requires no irrigation and little maintenance. Mitigation of stormwater 
runoff quantity and quality included design of aesthetically pleasing pervious surfaces throughout the site 
and roof. Areas that are impervious have a solar reflectance value that does not encourage heat island 
effect. Full cut off lighting fixtures and house side shields are specified to be “dark skies compliant’. 


Water Efficiency (WE) 

The Water Efficiency credit category is to encourage smarter use of water, inside and out. Water reduction 
was achieved through more efficient appliances, low flow plumbing fixtures and fittings inside and out. The 
water efficient landscaping selected requires no outdoor irrigation. 


Energy & Atmosphere (EA) 

The Energy & Atmosphere category encourages a wide variety of energy saving strategies. Commissioning 
of building systems and energy use monitoring by the MBTA following construction is encouraged. The 
efficient building envelope design, appliance selection, efficient systems and lighting will require less energy, 
and therefore will have less impact on our atmosphere. The MBTA will purchase certified renewable energy 
credits/certificates from an industry provider since there is currently no Green Power available in this 
geographic location. A geothermal heat exchange system will help offset some of the energy required for 
heating and cooling. 


Materials & Resources (MR) 

The Materials & Resources credit category encourages the selection of sustainably grown, harvested, 
produced, and transported products and materials. A construction waste management plan will divert a 
large portion of the construction waste to recycling plants. Locally extracted and manufactured products with 
high pre and post consumer content are specified throughout the Project; however, the Project is not 
currently able to achieve the credits associated with the LEED requirements, because less than 10% of the 
project materials based on cost are manufactured within a 500 mile radius. Also, although the Project is 
including linoleum as a rapidly renewable material for flooring, the Project does not qualify for the rapidly 
renewable materials credit, which requires 2.5% of the overall materials cost to be rapidly renewable 
materials. Building finishes have been selected based on their durability and ease of maintenance. Fifty 
percent of the wood specified, based on cost, will be Forest Stewardship Council (FSC) Certified and rapidly 
renewable material finishes such as linoleum will be used. 


Indoor Environmental Quality (EQ) 

The Indoor Environmental Quality credit category promotes strategies that improve indoor air, provide 
access to natural daylight and views, and improve acoustics. Natural ventilation and views are provided via 
operable windows in all of the office spaces. Low emitting materials specified within sealants, adhesives, 
paints, and coatings limit the use of volatile organic compounds (VOC) within the Project. 


Innovation in Design (ID) 

The Innovation in Design credit category provides bonus points for projects that use new and innovative 
technologies to improve the building’s performance. The Project will specify materials that reduce the use of 
very high embodied energy materials. It will also incorporate environmentally preferable services and 
products for Operations & Maintenance and integrated pest management for low impact environmental pest 
control. 


Regional Priority (RP) 
Regional Priority bonus credits address environmental concerns that are locally most important for the 


Project. Stormwater quantity control and non roof related heat island effect are both regional priorities that 
are regulated in the Project. 


Table 2, attached, provides a more detailed breakdown of the credit points given to the Project in the subcategories 
of each review area. Additional information related to the LEED rating system can be found at the U.S. Green 
Building Council (USGBC) website. htto://www.usgbc.org 


Table 2. 
LEED Criteria Checklist for Hingham Intermodal Center 


Total wee 
Credit # Credit Name Attainable | Possible 
Points — 
Created storm water a it el prevention plan 
Prevention 
esc ed ce Neto 


Site Selection | 1 | 4. | Wetland delineated; endangered species coordination completed. 


Development Density & ae Residential and commercial development within a half mile radius of the 

Community Connectivity project site includes the Moorings which upon completion of build out 
anticipates 92 condominiums, Avalon Bay Apartments with 235 
apartments and the Waterscape which expects a total of 150 luxury 
townhomes. The Launch, a brand new mixed use development once fully 


occupied will consist of over 40 shops. 
Brownfield Redevelopment Not Applicable per Phase II Environmental Site Assessment. 
(Regional Priority for Hingham) 


Alternative Transportation, Two forms of MBTA Public Transit currently operate at the site. Route 220 

Public Transportation Bus between Quincy and Hingham and the F1 Commuter Ferry between 
Boston's Rowes Wharf and Hingham Shipyard. As the Shipyard 
development is completed, public transportation service is expected to 
increase. Seasonally, transportation is provided through DCR to the 
Boston Harbor Islands. 


SS C4.2 {Alternative Transportation, Bike Yes 1 Bicycle Racks and employee showers have been incorporated into the 
Storage & Changing Rooms Project. 


SS C4.3 [Alternative Transportation, Fuel Yes 3 The MBTA will provide preferred parking for 3% of the building's full time 
Efficient Vehicles equivalent's (FTEs) and will also provide Zip Cars in the lot across the 
street from the Project site. They will provide a minimum of one car 
sharing vehicle “Zipcar” or MBTA owned for the building FTE’s. A 
minimum of a 2-year contract for the shared vehicle/ “Zipcar” and the 
vehicle space will be located closest to the building. 


SS C4.4_ [Alternative Transportation, eaeee I ae, ihe es 3 No new parking is provided for residential or non-residential. 
Parking Capacit 

Site Development, Protect or No 1 20% of site, including green roof is required to have native or adapted 

Restore Habitat vegetation. Incorporating additional landscaping is not cost effective 

based on available Project budget. 

SS C5.2 |Site Development, Maximize Yes 1 Determined building footprint and provided vegetated landscaping of 
Open Space equal area. 

SS C6.1 |Storm water Design, Quantity Requirement to reduce runoff by 25%. Incorporate green roof/pervious 
Control (Regional Priority for landscaping. Although a reduction will be realized, it will not be 25%. 
Hingham) 

SS C6.2 {Storm water Design, Quality Researched Stormwater Best Management Practices (BMP) and 
Control incorporated into design. 

SS C7.1 | Heat Island Effect, Non-Roof Paving materials with a solar reflective index (SRI) of at least 29 are 
(Regional Priority for Hingham) specified in this Project. 

SS C7.2 |Heat Island Effect, Roof eo za The use of a "vegetated roof" meets this requirement. 

SS C8 Light Pollution Reduction Full cutoff fixtures will be specified; all fixtures used will be dark skies 

compliant; house side shields will be used. 


WE P1__ [Water Use Reduction ee] Preventere| = _ Minimum 20% water use reduction. 


WE C1 Water Efficient Landscaping, Limit any potable water or irrigation system for landscaping. 
Reduce by 50% 


Innovative Wastewater Use/re-use non-potable water for toilets. Design a wastewater treatment 

Technologies (Regional system (biological system and/or filtration) to reduce the need to use 

Priority for Hingham) potable water for toilets. Requires calculations. This credit is not cost 
effective based on available Project budget. 

Water Use Reduction, 30-40% Use 30, 35, or 40% less potable water than baseline. We would specify 

Reduction low flow fixtures (faucets, toilets & waterless/low flow urinals). WE C2 
helps achieve this credit. 


SS C5.1 





Table 2. 
LEED Criteria Checklist for Hingham Intermodal Center 


Total Number 
Credit # Credit Name Attainable | Possible of 
Points Points 
EA P1 Fundamental Commissioning Yes Prerequisite The MBTA provides commissioning of the building systems. 
of Building Systems 


Minimum Energy Performance Yes Prerequisite Design building envelope to comply with the American Society of Heating, 
Refrigerating and Air-Conditioning Engineers (ASHRAE) 90.1 
EA P3 Fundamental Refrigerant Yes Prerequisite Do not use chlorofluorocarbon (CFC) based refrigerants in Heating, 
Management Ventilating, and Air Conditioning (HVAC) systems. Most HVAC systems 
come with compliant refrigerants so this should not be an issue. 
Yes 19 7 


EA C1 Optimize Energy Performance Based on computer modeling the Project's heating, refrigerating, and air- 
conditioning design strategies demonstrate the required percentage 
improvement over the baseline case (based on ASHRAE 90.1 standard) 
for 7 of the available 19 points. The efficient design of a multi-zone HVAC 
system, a condensing boiler, a ground-source heating & cooling system, 
an energy recovery ventilation system, and demand controlled ventilation 
all work together to gain points toward this credit. 

EA C2 On-Site Renewable Energy Yes 7 Solar, Wind, Geothermal, Photo-voltaic, Biomass, Hydro-electric, Bio-gas. 

(Regional Priority for Hingham) This credit would require extensive research and design depending on 
owners desire to achieve credit. This credit is not cost effective based on 
available Project budget. 

EA C3 Enhanced Commissioning Yes 2 Requires independent commissioning authority to be incorporated early 
on and to continue up to a min. of 10 months following completion of 
building. This credit is not cost effective based on available Project 
budget. 

EA C4 Enhanced Refrigerant Yes 2 Project will use natural refrigerants or no refrigerants. 

Management 


EA C5 Measurement & Verification Yes 3 Develop an "International Performance Measurement and Verification 
(M&V) Protocol Plan" with commissioning agent early on. This credit is 
not cost effective based on available Project budget. 


EA C6 Green Power Yes 2 Intent: Purchase green power to offset a building’s energy use. To qualify 
for this point the authority would have to agree to purchase power from a 
Green source through the Utility Co, Hingham Municipal Light Plant 
(HMLP). Currently HMLP does not have a plan in place to provide green 
power. The alternative is to purchase certified renewable energy 
credits/certificates (RECs) (similar to purchasing stocks for the difference 
in cost for 35% of the building's energy) from Green-e Energy® industry 
providers such as Renewable Choice Energy. 


MR P1 Storage & Collection of Yes Prerequisite Provide minimum 125 square foot (SF) dedicated area for the collection 
Recyclables and storage of recyclable materials. 

MR C1.1 |Building Reuse, Maintain No 3 Not applicable for new construction. 
Existing Floors, Walls, Roof 
(Regional Priority for Hingham) 

MR C1.2 |Building Reuse, Maintain No 1 Not applicable for new construction. 
Interior Nonstructural Elements 

MR C2 __ |Construction Waste 2 The Project will identify and implement a construction waste management 
Management 


plan, diverting 50% - 75%. 


MR C3 Materials Reuse Yes 2 Incorporate and price re-used or salvaged materials into Project. This 
credit is not cost effective based on available Project budget. 





Table 2. 
LEED Criteria Checklist for Hingham Intermodal Center 


Total ee 
Credit # Credit Name Attainable | Possible 
points me 


Recycled Content Specify materials with recycled content, where the sum of postconsumer 
recycled content plus 50% of the preconsumer content is at least 10% - 
20%, based on cost, of the total value of materials of the project. Excludes 
Mechanical, Electrical and Plumbing (MEP) and specialty items. 


Regional Materials Specify products that are extracted and manufactured within 500 miles, for 
a minimum of 10% - 20% based on the total material value. The type of 
materials required for this Project are not manufactured regionally. 


MRC6 Rapidly Renewable Materials The design of the Project does not incorporate the required 2.5% of total 
value of all building materials and products as rapidly renewable 
materials. Rapidly renewable materials and products are made from 


plants that are typically harvested within a ten-year cycle or shorter. 
Typical examples of rapidly renewable material includes bamboo, wool, 
cotton insulation, agrifiber, linoleum, wheatboard, strawboard and cork. 


MRC7 Certified Wood Yes 1 50% of the wood based materials and products (based on cost) will be 
Forest Stewardship Council (FSC) certified. 
Minimum IAQ Performance Yes Prerequisite Design ventilation to meet ASHRAE 62.1, either mechanical or natural 
ventilation. This is standard design for most buildings. 


ETS Control ee es Mass. law prohibits smoking in building. 


Install ventilation monitoring system. We would specify airflow & Carbon 
dioxide (chemical formula CO2) sensors for HVAC equipment and a 
control sequence for the Building Management Systems (BMS). 


Increase ventilation 30% above ASHRAE 62.1. This would require little 
additional design work but would increase the size of some HVAC equip 
and energy costs. 


Construction [AQ Mgmt. Plan, Develop Indoor Air Quality (IAQ) management plan during construction. 

During Construction We would develop this plan per Sheet Metal and Air Conditioning 
Contractors National Association (SMACNA) guidelines and specify 
Minimum Efficiency Reporting Values (MERV) 8 filters for use on Air 
Handling Units (AHU's) during construction. 


Pee C3.2 |Construction IAQ Mgmt. Plan, Yes 1 Specify building "flush out" with MERV 13 filters or specify "air quality 
pao Testo Occupancy testing" before occupancy. 


All interior adhesives and sealants would comply with South Coast Air 
Quality Management District Rule (SCAQMD) #1168, Limit Volatile 
organic compounds (VOCs) to within prescriptive limits, any aerosol 
adhesives would comply with Green Seal (GS) Standard for Commercial 
Adhesives GS-36. 


EQ C4.1_ |Low-Emitting Materials, 
Adhesives & Sealants 


EQ C4.2 |Low-Emitting Materials, Paints Interior paints and coatings would not exceed VOC content limits 
& Coatings established by the Green Seal Standard GS-11, Paints, 1st Edition May 
20, 1993; anti-corrosive and anti-rust paints applied to interior ferrous 
metal substrates would not exceed the VOC content limit of 250g/L; 
finishes applied to interior elements would not exceed VOC content limits 
based on SCAQMD Rule 1113, Architectural Coatings, Rules in Effect on 
January 1, 2004. 
EQ C4.3 |Low-Emitting Materials, Need to maintain control of adhesives and sealants used by tenants to 
Flooring Systems keep point. 


EQ C4.4 |Low-Emitting Materials, Need to maintain control of adhesives and sealants used by tenants to 
Composite Wood & Agrifiber keep point. 


EQ C5 Indoor Chemical & Pollutant Design permanent entryway(s) 10'-0" long walk off matt to capture dirt. 
Source Control Design exhaust system for rooms where hazardous chemicals are stored 


at .5 CFM/sq.ft. with MERV 13 filter. 





Table 2. 
LEED Criteria Checklist for Hingham Intermodal Center 


Total Number 
Credit # Credit Name Attainable | Possible of 
Points Points 


Controllability of Systems, Yes il Specify adjustable task lighting and high-level lighting controls. Daylight 
Lighting sensing and occupancy sensing will be incorporated where possible. 

EQC6.2 |Controllability of Systems, Specify high-level temperature control system to provide numerous HVAC 
Thermal Comfort zones. 


EQC7.1 [Thermal Comfort, Design ee ae ae Design HVAC system to meet ASHRAE 55. 


EQC7.2 |Thermal Comfort, Verification Designer to conduct thermal comfort survey to gauge occupant 
satisfaction 6-18 months after occupancy. A corrective action plan will be 
implemented if more than 20% of occupants are dissatisfied. 


EQ C8.1 |Daylight & Views, Daylight Fa a ea Provide access to views for regularly occupied spaces. 


EQ C8.2 |Daylight & Views, Views Achieve a value, calculated as the product of visible light transmittance 
(VLT) and window to floor area ratio (WFR) of daylight zone 0.150 and 


Innovation in Design Intent: Reduce the use of a very high embodied energy material. Diminish 
the life cycle CO2 emissions associated with site-cast concrete by 
replacing large quantities Portland cement with fly ash. The Project will 
use a waste product, fly ash, to replace Portland cement. A threshold of 
40% replacement of cement with fly ash. Cylinder testing will demonstrate 
the effectiveness of the substitution. 


Intent: Develop a comprehensive plan for the procurement of 
environmentally preferable services and products for operations and 
maintenance in three categories. In food service areas, outline strategies 
to reduce waste, promote recycling, and encourage sustainable food 
production practices. In janitorial services, identify criteria for 
environmentally friendly cleaners and chemicals. In landscaping and pest 
control, establish and implement environmental guidelines, and identify 
chemical handling strategies. 


Intent: Provide integrated pest management for low-impact environmental 
pest control. Develop and implement a comprehensive integrated pest 
management control program providing specific guidance for low-impact 
environmental pest control that includes both interior and exterior 
measures which specifies the use of non-toxic pest control in the event of 
pest outbreak and provides a plan and commitment to implementation. 


Intent: Provide low mercury lighting to burn less coal and other fuels 
burned to produce the same amount of light, resulting in lower emissions 
of mercury and greenhouse gases. 


ID C2 LEED Professional Yes 1 Majority of staff working on Project are Leadership in Energy & 
Environmental Design (LEED) certified. 


Regional Priority Earn 1-4 of the 6 Regional Priority credits identified by the US Green 
Building Council (USGBC). Database of Regional Priority points is on 
USGBC.org. The 6 regional priority points for Hingham, MA (02043) are 
SSc3, SSc6.1, SSc7.1, WRe2, EAc2(1%), and MRc1.1(75%) 





60-80 Points = LEED Gold 
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Wannalancit Mills 

650 Suffolk Street 

Lowell, Massachusetts 01854 


Main 978.970.5600 
Fax 978.453.1995 


Memorandum 
To: Andrew Brennan and Holly Palmgren, MBTA 
From: Laura Lefebvre and Colin Duncan, TRC 
Subject: MBTA New Intermodal Center, Hingham Shipyard - Determination of MGL 


Chapter 91 -J urisdiction to Project 
MBIA Contract No. Z92PS27 
Date: August 13, 2010 


CC: Kristine Gorman and Nikole Bulger, STV 
Paul Martin and Chris McDermott, TRC 


INTRODUCTION 


TRC Environmental Corporation is providing permitting support to SIV for the design and 
construction of the new MBIA Intermodal Center at the Hingham Shipyard in Hingham, 
Massachusetts. This memorandum was prepared to document TRC’s research and conclusions 
regarding whether the proposed MBIA Intermodal Center project is subject to Massachusetts 
General Law (MGL) Chapter 91, the Public Waterfront Act and the Waterways Regulations, 310 CMR 
9.00, jurisdiction and review. TRC conducted research and held discussions with Massachusetts 
Department of Environmental Protection (MassDEP) Waterways Program staff to determine if the 
new Intermodal Center project falls within Chapter 91 jurisdiction. It is TRC’s conclusion that the 
Intermodal Center will not require a Chapter 91 license, given that there will be no work over or 
within a waterway, the project will not be located on filled tidelands, and there is no proposed work to 
the existing piers. This conclusion is based on the following information as further discussed in this 
memorandum: 


e Discussions/ meeting with the DEP, Waterways Regulation Program staff (Alexander Strysky, 
June 24, 2009 and August 3, 2010); 


e MassDEP Determination of Applicability, MGL c 91, File No. JD01-0146, Hewitts Cove 
Marina/ Hingham Shipyard, January 3, 2002, from Sharon M. Pelosi, Program Chief, 
Waterways Regulation Program; and 


e Reviewof historic Chapter 91 licenses that have been issued in the proposed project locale. 


ENVIRONMENTAL * ENERGY * REAL ESTATE * INFRASTRUCTURE 
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PROJ ECT SUMMARY 


The new Intermodal Center will be located on an approximate 3 acre parcel owned by the 
Department of Conservation and Recreation (DCR) located off Shipyard Drive in Hingham. The site 
is comprised of two buildings (Building 45, which is the main building and Building 44), a parking 
area, paved and landscaped areas, and two piers. The site is currently used by the MBIA for 
commuter boat services to Rowes Wharf in Boston as well as the DCR ferries to the Boston Harbor 
Islands, which operate during the summer months. Figure 1 provides a site location map on a USGS 
topographical map and Figure 2 provides an aerial photograph of the site and vicinity. Hewitts Cove 
and Weymouth Back River are located immediately north of the property; a large MBTA parking lot, 
which serves the MBTA commuter boat patrons, is located to the south; residential development is 
located to the east; and commercial development is located to the west. The new center will be 
constructed entirely on land, just west of Building 45. There is no in-water work planned as part of 
the project. 


The DCR parcel has two Chapter 91 licenses that are on file at DEP. The licenses are associated with 
the two piers at the project site: 








License Date Issued Applicant Description 
Number 
1244 June 14, 1985 Department of Environmental Reconstruct and maintain a timber pier, to place and 


Management - Division of Waterways | maintain ramps, floats, and piles in and over the 
waters of the Weymouth Back River. 





7982 September 2, 1999 | Department of Environmental Enlarge an existing pier and platform, install and 
Management maintain new gangways and a canopy, and maintain 
an existing pile-held float. 




















Copies of the licenses are included in Attachment A. The Intermodal Center project does not involve 
work on these structures. 


Attachment A also includes a listing of Chapter 91 licenses for other properties within the vicinity of 
the DCR parcel. 


DETERMINATION OF CHAPTER 91J URISDICTION 


The Intermodal Center will be constructed entirely on land; there is no in-water work proposed as 
part of the project. The only potential area subject to Chapter 91 would be if the project site is on 
filled tidelands. ‘TRC conducted research at MassDEP and had discussions with MassDEP 
Waterways Program staff to determine whether the proposed Intermodal Center site is located on 
filled tidelands. 


On June 24, 2009, TRC Senior Scientist Margaret Mills met with Alexander Strysky of the DEP 


Waterways Program to discuss the project and determine the DEP’s jurisdiction within the DCR 
parcel. Mr. Strysky provided TRC with the MassDEP Determination letter regarding the Chapter 91 
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jurisdictional line (Mean Historic High Water line) within the Hingham Shipyard. The letter and 
corresponding plan showing the approved line are provided in Attachment B: 


e MassDEP Determination of Applicability, MGL c 91, File No. JD01-0146, Hewitts Cove 
Marina/ Hingham Shipyard, January 3, 2002, from Sharon M. Pelosi, Program Chief, 
Waterways Regulation Program; and 


e Hingham Shipyard - Historic Mean High Water Plan, September 12, 2001 


In 2001/2002 SeaChain LLC submitted a Request for Determination of Applicability for Hewitts 
Cove Marina/ Hingham Shipyard to the MassDEP Waterways Program regarding Chapter 91 
jurisdiction within the Hingham Shipyard. SeaChain conducted research and soil borings within the 
Hingham Shipyard site (which encompassed the DCR parcel) to demonstrate to MassDEP that the 
historic mean high water (HMHW) line was further seaward than MassDEP’s original interpretation 
(see plan in Attachment B). Based on review of the study and follow-up documentation, MassDEP’s 
January 3, 2002 Determination concluded that “the extent of Chapter 91 jurisdiction follows the 
HMHW as interpreted by the Applicant from the 1847 U.S. Coast Guard Survey Map as shown on 
plan entitled Hingham Shipyard, Historic Mean High Water Plan, September 12, 2001.’ Therefore, 
the Department will require the submission of waterways license application for the portions of the 
site within this jurisdiction.” 


However, as shown on the attached plan, only a very limited portion of the approximate 3 acre parcel 
owned by the DCR, the most seaward part of a former dry dock, falls within the MassDEP approved 
HMHwW line. The location for the new Intermodal Center is outside the MassDEP approved HMHW 
line. Therefore, given that there will be no work over or within a waterway, the project will not be 
located on filled tidelands, and the project does not involve work on structures with existing Chapter 
91 licenses the project will not require a Chapter 91 license. 


On August 3, 2010, TRC Senior Project Manager Laura Lefebvre spoke with Mr. Strysky to reconfirm 
TRC’s understanding of MassDEP’s Chapter 91 jurisdiction at the DCR parcel. Mr. Strysky confirmed 
that the Chapter 91 jurisdiction line is the line most seaward on the September 12, 2001 plan 
(Attachment B) and agreed that given the Intermodal Center will be constructed on land within the 
DCR parcel and that there is no in-water work, Chapter 91 review would not be required. Attachment 
C provides a record of the telephone conversation. 


Please feel free to contact Laura Lefebvre at (978) 656-3517 or Colin Duncan at (978) 656-3615 if you 
have any questions or would like any additional information. 
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Division of Waterways Chapter 91 Licenses 
DCR Parcel in Hingham Shipyard 
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Form WD 54 


Che Cammanwealth of Massachusetts 


No. 1244 





Whervay, Department of Environmental Management - Division of Waterways 


of Boston , in the County of Suffolk and Commonwealth 


aforesaid, hag applied to the Department of Environmental Quality Engineering for license to 


reconstruct and maintain a timber pier, to place and maintain ramps, floats 
and piles 


and has submitted plans of the same; and whereas due notice of said application, and of the time and 
place fixed for a hearing thereon, has been given, as required by law, tothe Board of 
Selectmen of the Town of Hingham 


Nu: said Department, having heard all parties desiring to be heard, and having fully considered 


said application, hereby, subject to the approval of the Governor, authorizes and licenses the said 


D.E.M. - Waterways penaee oes , subject to the provisions of the ninety-first chapter 


of the General Laws, and of all laws which are or may be in force applicable thereto, to reconstruct 
and maintain a timber pier, to place and maintain ramps, floats and piles in 
and over the waters of the Weymouth Back River in the Town of Hingham in 
conformity with the accompanying D.E.Q.E. License Plan No. 1244 (4 sheets). 
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An existing commuter boat pier previously authorized by B.E.Q.E. License 
No. 613 shall be renovated as follows: 


Said pier shall have an overall length of approximately 305 feet with a width 
varying from 14 feet at the existing bulkhead to 28 feet at its riverward 
end, offset as indicated on the license plan and a finished deck elevation 
15.8 feet above the mean low water datum; 


Two, 6 by 10 foot platforms shall be placed and maintained along the easterly 
side of said pier, located as indicated on the license plan; 


Concrete floats placed end to end and having an overall length of approximately 
84 feet and a ten (10) foot width shall be placed and maintained along the 
easterly side of said pier adjacent to the northerly side of said platforms; 


A 4 by 36 foot aluminum ramp shall be placed and maintained between said 
platforms and concrete floats; 


A second series of concrete floats placed end to end and having an overall 
length of approximately 240 feet and a width of seven (7) feet shall be placed 
and maintained along the westerly side of said pier; 


A 4 by 36 foot aluminum ramp shall be placed and maintained between the 
uplands and said series of floats; 


Fender piles shall be placed and maintained along the easterly and westerly 
sides of said pier; 


Existing piles along both sides of said pier shall be removed as necessary to 
accommodate the new construction; 


Existing dolphins at the northerly end of said pier shall be maintained. 


All work authorized hereby shall be in the location shown and in accordance 
with the details indicated on D.E.Q.E. License Plan No. 1244. 


The structures licensed herein are limited to the following use: to provide 
access for the public to the commuter boats and access to navigable waters. 


Please see page 3 for additional conditions to this license. 


Duplicate of said plan, numbered 1244 is on file in the office of said Department, 
and original of said plan accompanies this License, and is to be referred to as a part hereof. 


The amount of tide-water displaced by the work hereby authorize 2 ad y73e 
jent, and compensation thereof has been made by the said 
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Nothing in this license shall be construed es authorizing encroachment on or over property 
not owned or controlled by the licensee, except with the consent ef the owner or owners thereof. 


kK aptance of this license shall constitute an egreement by the licensee, to conform to all 
terms and conditions herein stated. 


This license is granted subject to all applicable Federal, State, County and Municipal Laws, 
ordinances and regulations. 


This license is granted upon the express condition that use by boats or otherwise of the 
structures hereby licensed shall involve no discharge of sewage oT other polluting matter 
into the adjacent tidewaters, except in strict conformity with the requirements of the 
local and State health departments and the Division of Water Pollution Control. 


This license is granted upon the further express condition that any other authorizations 
necessitated due to the provisions hereof shall be secured prior to the commencement of 
any work under this license. 


This license is granted upon the further express condition that the authorization contained 
herein may be modified or may be revoked in whole or in part in the event of the licensee, 
its successors and assigns, failing to comply with said authorization or any provisions 
of the license or failing to maintain all authorized structures and installations in good 
condition, to the satisfaction of the Department of Environmental Quality Engineering 
or its successors. This condition permitting modification or revocation of the license 
shall also apply in the event of the failure of the licensee, its successors and assigns, 
to secure approval under all other applicable laws, ordinances or regulations or fatlure 
to adhere to the conditions of such approvals upon receipt of such failure provided by 
agency having jurisdiction. Revocation or modification of this license as provided 
nerein shall be without liability to the Commonwealth or claim for compensation by the 
licensee, its successors and assigns. 


This license is granted upon the further express condition that the licensee, its succes 
and assigns, shall upon request in writing by the Department of Environmental 
Engineering or its successors, change the location of said £ to such depth, 
or raise it to such height, as said Department may prescri Femove it entirely from 
said waters, and said licensee, by accepting thi énse shall be deemed to consent and 
agree to the condition herein set fort in case of any refusal or neglect on the 

part of the licensee, its su Qrs and assigns, to comply with this condition, then 

this license shal Olly void and the Commonwealth, by its proper officers, may 

proceed move or to cause the removal of said at the expense of said licensee, 
Successors and assigns, as an unauthorized and unlawful structure in said waters. 











Any change in use or substantial alteration of a licensed structure shall require the 
issuance by the Department of a new license in accordance with the provisions and 
procedures established in Chapter 91 of the Massachusetts General Laws. Any unauthorized 
change in use or structural alteration shall render the license void. Licenses granted 
by the Department pursuant to this chapter shall be revocable by the Department for 
noncompliance with the conditions set forth therein. 
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by paying into the treasury of the Commonwealth 


C yard so displaced, being the amount hereby assessed by 
epartment. 


Nothing in this License shall be so construed as to impair the legal rights of any person. 


This License shall be void unless the same and the accompanying plan are recorded within 


gay 42y8 the date hereol, in the Registry of Deeds for the 
District of the County of Plymouth 


Jn Tittuess Whereas, said Department of Environmental Quality Engineering have hereunto 


set their hands this Fourteenth day of June in the year 







nineteen hundred and eighty-five 


Vi 


Commissioner 
Chief Engineer 
Department of 
Environmental Quality 
Engineering 








THE COMMONWEALTH OF MASSACHUSETTS 


This license is approved in consideration of the payment into the treasury of the Common 


by the said 







of the further sum of 


Governor 


Approved by the Governor. hie: 
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Che Communwealth of Massachusetts 


No. 7982 





Whereas, The Massachusetts Department of Environmental 
Management 


of -- Boston, -- in the County of -- Suffolk -- and Commonwealth 
aforesaid, has applied to the Department of Environmental 
Protection for license to -- enlarge an existing pier and platform, 
install and maintain new gangways and a canopy, and maintain an 
existing pile~held float -- : 


and has submitted plans.of the same; and whereas due notice of said 
application has been given, as required by law, to the -- Board of 
Selectmen -- of the Town of -- Hingham; --------------5---e---""">-- 


* NOW, said Department, having heard all parties desiring to be 
heard, and having fully considered said application, hereby, 
subject to the approval of the Governor, authorizes and licenses 
the said ---------------------------- 22 - errr rrrrrreen 


Massachusetts Department of Environmental Management --, subject to 
the provisions of the ninety-first chapter of the General Laws, and 
of all laws which are or may be in force applicable thereto, to -- 
enlarge an existing pier and platform, install and maintain new 
gangways and a canopy, and maintain an existing pile-held float -- 


in and over the waters of -- the Weymouth Back River -- in the -- 
Town -- of -- Hingham -- and in accordance with the locations shown 
and details indicated on the accompanying DEP License Plan No. 
7982, (4 sheets). 


PRINTED ON RECYCLED PAPER 
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s 


The structures hereby authorized shall be limited to the following 
use: public docking and boating access to navigable waters. 


This license is valid for an unlimited term. 


Special Waterways Condition: 


The existing pier, gangways and floats shown on the license plan as 
"Pier 1" were previously authorized by DEQE License No. 1244 issued 
June 14, 1985 and shall be maintained in accordance with the terms and 
conditions of that license. 


Please see page 3 for additional conditions to this license. -- 





Duplicate of said plan, number 7982 is on file in the office of said 
Department, and original of said plan accompanies this License, and is 
to be referred to as a part hereof. 
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STANDARD WATERWAYS LICENSE CONDITIONS 


1. Acceptance of this Waterways License shall constitute an agreement by the Licensee 
to conform with all terms and conditions stated herein. 


2. This License is granted upon the express condition that any and all other applicable 
authorizations necessitated due to the provisions hereof shall be secured by the Licensee 
prior to the commencement of any activity or use authorized pursuant to this License. 


3. Any change in use or any substantial structural alteration of any structure or fill 
authorized herein shall require the issuance by the Department of a new Waterways License 
in accordance with the provisions and procedures established in Chapter 91 of the 
Massachusetts General Laws. Any unauthorized substantial change in use or unauthorized 
substantial structural alteration of any structure “6r fill authorized herein shall render 
this Waterways License void. 


4. This Waterways License shall be revocable by the Department for noncompliance with 
the terms and conditions set forth herein. This license may be revoked after the 
Department has given written notice of the alleged noncompliance to the Licensee and 
those persons who have filed a written request for such notice with the Department and 
afforded them a reasonable opportunity to correct said noncompliance. Failure to correct 
said noncompliance after the issuance of a written notice by the Department shall render 
this Waterways License void and the Commonwealth may proceed to remove or cause removal 
of any structure or fill authorized herein at the expense of the Licensee, its successors 
and assigns as an unauthorized and unlawful structure and/or fill. 


5. The structures and/or fill authorized herein shall be maintained:in good repair .and 
in accordance with the terms and conditions stated herein and the details indicated on 
the accompanying license plans. 


6. Nothing in this Waterways License shall be construed as authorizing encroachment in, 
on or over property not owned or controlled by the Licensee, except with the written 
consent of the owner or owners thereof. a 


7. This Waterways License is granted subject to all applicable Federal, State, County, 
and Municipal laws, ordinances and regulations including but not limited to a valid final 
Order of Conditions issued pursuant to the Wetlands Protection Act, G.L. Chapter 131, 
s.40. re 


8. This Waterways License is granted upon the express condition that the use of the 
structures and/or fill authorized hereby shall be in strict conformance with all 
applicable requirements and authorizations of the DEP, Division of Water Pollution 
Control. 


9. This License authorizes structure(s) and/or fill on: 


Private Tidelands. In accordance with the public easement that exists by law 
on private tidelands, the licensee shall allow the public to use and to pass 
freely upon the area of the subject property lying between the high and low 
water marks, for the purposes of fishing, fowling, navigation, and the natural 
derivatives thereof. 


X_ Commonwealth Tidelands. The Licensee shall not restrict the public’s right 
to use and to pass freely, for any lawful purpose, upon lands lying seaward 
of the low water mark. Said lands are held in trust by the Commonwealth for 
the benefit of the public. 


a Great Pond of the Commonwealth. The Licensee shall not restrict the ; 
public’s right to use and to pass freely upon lands lying seaward of the high 
water mark for any lawful purpose. 


No restriction on the exercise of these public rights shall be imposed unless 
otherwise expressly provided in this license. 


10. Unless otherwise expressly provided by this license, -the licensee shall not limit the 
hours of availability of any areas of the subject property designated for public passage, 
nor place any gates, fences, or other structures on such areas in a manner that would 
impede or discourage the free flow of pedestrian movement thereon. 
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The amount of tide-water displaced by the work hereby authorized has 
been ascertained by said Department, and compensation thereof has been 


made by the said -- Massachusetts Department of Environmental 
Management -- by paying into the treasury of the Commonwealth -- zero 
dollars and zero cents ($0.00) -- for each cubic yard so displaced, 


being the amount hereby assessed by said Department ($0.00). 


Nothing in this License shall be so construed as to impair the legal 
rights of any person. ane 
This License shall be void unless the same and the accompanying plan 
are recorded within 60 days from the date hereof, in the Registry of 
Deeds for the County of Plymouth. 


IN WITNESS WHEREAS, said Department of Environmental Protection have 
hereunto set their hands this second day of September 
in the year nineteen hundred and ninety-nine. 


Commissioner Department of 
: Environmental 
Section Chief Protection 





THE COMMONWEALTH OF MASSACHUSETTS 


This license is approved in consideration of the payment into the 
treasury of the Commonwealth by the said -- Massachusetts Department of 
Environmental Management -- zero dollars and zero cents ($0.00) -- 


the amount determined by the Governor as a just and equitable charge 
for rights and privileges hereby granted in the land of the 
Commonwealth. 


BOSTON, 


Approved by the Governor. yA / ; 
4 


Governor 
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Listing of Historic Chapter 91 Licenses for Structures on Parcels in Vicinity of DCR Parcel in Hingham Shipyard 
Based on TRC File Review at MassDEP Waters Program in J une 2009 





License 
Number 


Date Issued 


Applicant 


Description 





2498 


J une 16, 1942 


Bethlehem-Hingham Shipyard, Inc. 


Lay and maintain a sewage force main and a water main. 





613 


December 7, 1979 


Colonial Coastal Corporation 


Reinforce and maintain a steel bulkhead, maintain two 
existing piers with the removal of a portion of one, remove 
Six piers and construct and maintain eight ramps, eight main 
floats and finger floats fora marina in Weymouth Back 
River. 





806 


J anuary 7, 1982 


Landfall Marine Center, Inc. 


Maintain existing pier and floats and to install timber piles 
and floats in Weymouth Back River. 





1244 


June 14, 1985 


Department of Environmental 
Management - Division of 
Waterways 


Reconstruct and maintain a timber pier, to place and 
maintain ramps, floats and piles in and over the waters of 
the Weymouth Back River. 





6632 


J une 16, 1997 


Hewitt’s Cove Marina, LLC 


Construct and maintain pile-held floats and to delineate a 
marina reconfiguration zone. 





7982 


September 2, 1999 


Department of Environmental 
Management 


Enlarge an existing pier and platform, install and maintain 
new gangways and a canopy, and maintain an existing pile- 
held float 





9766 


March 5, 2004 


Hewitts Cove Marina 


Construct and maintain vertical bulkhead and marina 
building, expand and repair existing pier, relocate an existing 
boat lift, remove portion of an existing pier and perform 
maintenance dredging. 








10154 


November 16, 2004 








Seachain, LLC 





Construct and maintain a public access walkway, a 
waterfront park, accessory parking, a residential structure 
with at-grade garage parking, stormwater utilities, and to 
maintain fill, an existing wooden pier and concrete 
bulkheads. 
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ATTACHMENT B 


MassDEP Waterways Regulation Program Determination of the Historic Mean High 
Water Line in Hingham Shipyard 


L2010-355 


COMMONWEALTH OF MASSACHUSETTS 
EXECUTIVE OFFICE OF ENVIRONMENTAL AFFAIRS 


DEPARTMENT OF ENVIRONMENTAL PROTECTION 
ONE WINTER STREET, BOSTON, MA 02108 617-292-5500 





JANE SWIFT BOB DURAND 
Governor Secretary 


7 Ag LAUREN A. LISS 
JAN Va 2002 Commissioner 


SeaChain, LLC 

c/o Gregory A. Carrafiello 
Fort Point Associates 
286 Congress Street 
Boston, MA 02210 


RE: Request for Determination of Applicability M.G.L. c.91, File No. JD01-0146 
Hewitts Cove Marina/Hingham Shipyard 
349 Lincoln Street, Hingham, Weymouth Back River, Plymouth County 


Dear Mr. Carrafiello: 


Thank you for requesting to determine whether M.G.L. Chapter 91, the Public Waterfront Act and 
the Waterways Regulations, 310 CMR 9.00, apply to the Hewitts Cove Marina/Hingham Shipyard 
site. Enclosed is the Determination of Applicability for the referenced application issued 
pursuant to the Waterways Regulations 310 CMR 9.06. This Determination may be recorded at 
the Plymouth County Registry of Deeds and a copy will be maintained in the Department files. 


The Applicant submitted supplemental information on September 17, 2001 in response to the 
Department’s request to include the 1847 U.S. Coast Survey Map on the site plan. This, and 
other historic maps, indicated the presence of a large marsh area on the site as well as a creek 
connected to the historic shoreline. Based on the Department's interpretation of the 1847 map, 
this marsh was presumed to be tidally influenced. 


Because the Applicant claimed that historic cartographic analysis was not conclusive in this case, 
the Applicant performed soil analysis on site to determine the location of the historic mean high 
water (HMHW) line. The Applicant tested six (6) pits at the site; four within the historic marsh 
area, one on the east side of the property, presumed to be above HMHW, and one on the far west 
side, presumed to be below HMHW. The pits were labeled No. 1 through No. 6 and are depicted 
on a site plan entitled “Hingham Shipyard Historic Mean High Water Plan” by BSC Group dated 
September 12, 2001. 


The Applicant retained a soil scientist to analyze the data obtained from the excavation of the test 

pits. Five of the six test pits, including all four within the historic marsh area, showed naturally 

occurring, undisturbed soil strata at an elevation of 10 feet (MLW datum). Only Test Pit No. 6, 
This information is available in alternate format by calling our ADA Coordinator at (617) 574-6872. 
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presumed to be seaward of HMHW, showed any fill material occurring below this elevation. The 
Applicant’s initial submittal of test pit data in September 2001 presented information that the 
current high water shoreline was approximately 10 feet (MLW datum). In a subsequent submittal 
dated December 3, 2001, the Applicant demonstrated that the current mean high water is in fact 
at elevation 9.5 feet. After reviewing the soil data analysis provided by the Applicant, the 
Department finds that this analysis adequately demonstrates that the marsh area was most likely 
landward of HMHW. 


In 1941, DPW License No. 2336 was issued to The Hingham Homesteads, Inc. and Hingham 
Homes Corporation to “install and maintain a pipe with tide gates at its outer end.” This tidegate 
was removed from the site during the War Powers Act. While the Applicant was unable to place 
the tidegate on the current project site plan, the Department has estimated the structure’s 
probable location to be northeast of the current project site. Therefore, this License is irrelevant to 
this Determination of Applicability. 


The Department has determined that a sandy foreshore most likely ran along the length of the 
project site, therefore, the Historic Mean High Water line is the seaward of the two lines shown on 
the 1847 U.S. Coast Survey map as indicated in Figure 1 of the December 2001 supplemental 
submittal. The Applicant shall use this historic line as HMHW in its Chapter 91 application. 


The Department concludes that the extent of Chapter 91 jurisdiction follows the HMHW as 
interpreted by the Applicant from the 1847 U.S. Coast Survey Map and as shown on plan entitled 
“Hingham Shipyard, Historic Mean High Water Plan, September 12, 2001.” Therefore, the 
Department will require the submission of a waterways license application for the portions of the 
site within this jurisdiction. 


This formal determination is only for purposes of M.G.L. Chapter 91, and you may be required to 
obtain other local, state or federal authorizations for development, including but not limited to, any 
approvals which may be required pursuant to the Wetlands Protection Act. 


If you have any questions please feel free to contact Darcy Byrne with the Waterways Regulation 
Program at (617) 292-5599. 


Sincerely, 


aron M. Pelosi 
Program Chief 
Waterways Regulation Program 


Co: Norman Hayes, BSC Group 
Michael Abell, DEP NERO 
WRP Files 





COMMONWEALTH OF MASSACHUSETTS 
EXECUTIVE OFFICE OF ENVIRONMENTAL AFFAIRS 


DEPARTMENT OF ENVIRONMENTAL PROTECTION 
- ONE WINTER STREET, BOSTON, MA 02108 617-292-5500 





JANE SWIFT BOB DURAND 
Governor Secretary 
LAUREN A. LISS 

Commissioner 


Determination of Applicability- 310 CMR 9.00 


To: SeaChain LLC 
c/o Gregory Carrafiello 
Fort Point Associates 
286 Congress Street 
Boston, MA 02210 


This Determination is issued and delivered as follows: 

[] by hand delivery to person making request on ____._______ (date) 

[X] by certified mail, return receipt requested on ________ (date) 

Pursuant to 310 CMR 9.06, the Waterways Regulation Program has considered your request for 


a Determination of Applicability and its supporting documentation, and has made the following 
determination: 


The Determination is positive: 


[X] The area of land or water, or activity thereon, described below, presently is subject to 310 
CMR 9.00. 


The earliest, most reliable historic mean high water (HMHW) shoreline shall be derived from 
the interpretation by BSC Group of the 1847 U.S. Coast Survey Map, as described on the plan 
entitled “Hingham Shipyard Historic Mean High Water Plan” by BSC Group dated September 12, 
2001. A Chapter 91 Waterways application is required for this proposed project. 


The Determination is negative: 


[ ] The area of land or water, or activity thereon; described below, presently is not subject to 310 
CMR 9.00. 


This information is available in alternate format by calling our ADA Coordinator at (617) 574-6872. 
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Issued by the Division of Wetlands and Waterways, Waterways Regulation Program. 


Program Chief GF LW iy ‘ j A Z : 


COMMONWEALTH OF MASSACHUSETTS 


Suffolk, ss. a 2002 
O 


Then personally appeared the above named, Sharon M. Pelosi and acknowledged the 
foregoing instrument to be her free act and deed, before me. 





Notnaof A Lights: 


A) 

The following persons shall have the right to an adjudicatory hearing concerning this decision by the 
Department to grant or deny a license or permit: (a) an applicant who has demonstrated property rights in 
the lands in question, or which is a public agency; (b) any person aggrieved by the decision of the 
Department to grant a license or permit who has submitted written comments within the public comment 
period; (c) ten (10) residents of the Commonwealth, pursuant to M.G.L. c.30A, §10A, who have submitted 
written comments within the public comment period; (d) the municipal official in the affected municipality 
who has submitted written comments within the public comment period; (e) CZM, for any project in the - 
coastal zone, if it has filed a notice of participation within the public comment period; and (f) DEM, for any 
project in an Ocean Sanctuary, if it has filed a notice of participation within the public comment period. To 
request an adjudicatory hearing, a Notice of Claim must be made in writing and sent by certified mail or 
hand delivery to the Department with the appropriate filing fee specified within 310 CMR 4.10 along with a 
DEP Fee Transmittal Form, within twenty-one (21) days of the date of issuance of this decision and 
addressed to: 


Docket Clerk 

Office of Administrative Appeals 
Department of Environmental Protection 
One Winter Street, 3° Floor 

Boston, MA 02108 


A copy of the Notice of Claim must be sent at the same time by certified mail or hand delivery to the 
applicant, the municipal official of the city or town where the project is located, and the issuing office of the 
DEP at: 


DEP Waterways Regulation Program 
One Winter Street, 6" Floor 
Boston, MA 02108 


B) Contents of Hearing Request 

Under 310 CMR 1.01(6)(b), the Notice of Claim must state clearly and concisely the facts that are the 
grounds for the request and the relief sought. Additionally, the request must state why the decision is not 
consistent with applicable laws and regulations. 


Pursuant to 310 CMR 9.17(3), any Notice of Claim for an adjudicatory hearing must include the following 
information: 
(a) the DEP Waterways Application File Number, 


(b) the complete name, address, fax number and telephone number of the applicant; 

(c) the address of the project; 

(d) the complete name, address, fax number, and telephone number of the party filing the request 
and, if represented by counsel, the name, address, fax number, and phone number of the 
attorney; 

(e) if claiming to be a person aggrieved, the specific facts that demonstrate that the party satisfies the 
definition of “person aggrieved” found in 310 CMR 9.02; 

(f) a clear statement that a formal adjudicatory hearing is being requested; 

(g) a clear statement of the facts which are the grounds for the proceedings, the specific objections to 


the DEP’s written decision, and the relief sought through the adjudicatory hearing, including 
specifically the changes desired in the final written decision; and 

(h) a statement that a copy of the request has been sent to: the applicant and the municipal official of 
the city or town where the project is located. 





C) 
A copy of the Notice of Claim along with a DEP Fee Transmittal Form and a valid check payable to the 
Commonwealth of Massachusetts in the amount of one hundred dollars ($100) must be mailed to: 


Commonwealth of Massachusetts 
Department of Environmental Protection 
Commonwealth Master Lockbox 

P.O. Box 4062 

Boston, Massachusetts 02211 


The request will be dismissed if the filing fee is not paid, unless the appellant is exempt or is granted a 
waiver. The filing fee is not required if the appellant is a city or town (or municipal agency), county, or district 
of the Commonwealth of Massachusetts, or a municipal housing authority. The Department may waive the 
adjudicatory hearing filing fee pursuant to 310 CMR 4.06(2) for a person who shows that paying the fee will 
create an undue financial hardship. A person seeking a waiver must file an affidavit setting forth the facts 
believed to support the claim of undue financial hardship together with the hearing request as provided 
above. 
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ATTACHMENT C 


TRC Summary of Phone Call with MassDEP Waterways Program Staff 


L2010-355 


CR iii, 


Telephone Contact Log 


DATE: August 3, 2010 


























Agency/ Organization/ Individual - 
Cantacted TRC Representative 
..,.. | Alex Strysky, Environmental Name/ 
Name/ Title: Analyst Title: Laura Lefebvre, PE, TRC 
Agency/ Office 
. ‘aor DEP Waterways Program seater: Lowell, Massachusetts 
Address One Winter Street Subject of | Hingham Shipyard, DEP 
"| Boston, MA 02108 Call: | Chapter 91J urisdiction 
Phone: 617-292-5616 66 vary aera 











THE FOLLOWING WAS DISCUSSED: 


I spoke with Alex Strysky, Environmental Analyst of the Massachusetts Department of 
Environmental Protection (DEP) Waterways Program regarding the approximate 3 acre DCR parcel 
within the Hingham Shipyard. 


I explained that about a year ago, Margaret Mills of TRC conducted a file review at DEP to determine 
the DEP Chapter 91 Historic Mean High Water line within Hingham Shipyard and specifically within 
the 3 acre parcel owned by the DCR. 


He recalled the discussions and the information that was provided to TRC. I emailed him the 
following letter and plan that he had provided to TRC a year ago for his confirmation: 


e DEP Determination of Applicability letter dated J anuary 3, 2002 from Sharon Pelosi, 
Program Chief, Waterways Regulation Program 


e BSC Group, Hingham Shipyard Historic Mean High Water Plan, September 12, 2001 


He confirmed that the Sea Chain delineation of the Historic Mean High Water line on the BSC Group 
Plan dated September 12, 2001is the DEP approved line, and that is what we should go by. He also 
confirmed that the DEP Determination dated J anuary 3, 2002 is an official determination. 


I told him that the MBTA is planning to build a new Intermodal Center on the DCR parcel and that 
the building site is located outside the DEP approved jurisdictional line, and that there is no in water 
work proposed. I said that it was our conclusion that Chapter 91 review is not required. He 
completely agreed with this conclusion. I told him that we arein the process of finalizing an 
Environmental Notification Form (ENF) for the Intermodal Center. No additional action is needed 
related to Chapter 91 review. 
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Attachment 3 
ENF Circulation List 


2009-478 


ENF CIRCULATION LIST 








Secretary Ian A. Bowles 

Executive Office of Environmental Affairs 
Attention: MEPA Office 

100 Cambridge Street, Suite 900 

Boston, MA 02114 


Massachusetts Department of Environmental Protection 
Headquarters 

Attention: MEPA Coordinator 

One Winter Street 

Boston, MA 02108 





Massachusetts Department of Environmental Protection 
Southeast Regional Office 

Attention: MEPA Coordinator 

20 Riverside Drive 

Lakeville, MA 02347 


Massachusetts Department of Environmental Protection 
Underground Injection Control Program 

1 Winter Street, 5" Floor 

Boston, MA 02108 





Massachusetts Department of Transportation 
Public/Private Development Unit 

10 Park Plaza 

Boston, MA 02116 


Massachusetts Department of Transportation 
District #5 

Attention: MEPA Coordinator 

Box 111 

1000 County Street 

Taunton, MA 02780 





Massachusetts Department of Conservation and 
Recreation 

251 Causeway Street 

Suite 600 

Boston, MA 02114 


Massachusetts Coastal Zone Management 

Executive Office of Energy and Environmental Affairs 
Attention: Project Review Coordinator 

251 Causeway Street, Suite 800 

Boston, MA 02114 





Massachusetts Historical Commission 
The MA Archives Building 

220 Morrissey Boulevard 

Boston, MA 02125-3314 


Metropolitan Area Planning Council 
Attention: MEPA Coordinator 

60 Temple Place — 6" Floor 

Boston, MA 02111 





Massachusetts Bay Transportation Authority 
10 Park Plaza, 6'" Floor 
Boston, MA 0 2116 


Division of Marine Fisheries 
Attention: MEPA Reviewer 
251 Causeway Street, Suite 400 
Boston, MA 02114-2152 





Massachusetts Water Resource Authority 
Attention: MEPA Coordinator 

100 First Avenue, Building 39 
Charlestown Navy Yard 

Boston, MA 02129 


Town of Hingham 

Board of Selectman 

210 Central Street 
Hingham, MA 02043-2579 





Town of Hingham 
Conservation Commission 
210 Central Street 
Hingham, MA 02043-2579 


Town of Hingham 

Board of Health 

210 Central Street 
Hingham, MA 02043-2579 





Town of Hingham 
Planning Board 

210 Central Street 
Hingham, MA 02043-2579 


2009-478 


